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PROGS. OP THE IMPERIAL DELHI COMMITTEE, DEC. 1915. [ Part A 


CONSTRUCTION QF THE FOUNDATIONS OP GOviSitNMENT HOUSE. 


File 
No. 24. 


Memorandum No. SSSS-W., dated the 10th November 1913. 
Prom — The Chief Engineer, Delhi. 

To — The Secretary, Imperial Delhi Committee. 


No. 1. 


I forward herewith, an estimate * amounting in all to Rs, 99,190 for the 

foundations of O-OTernment House in the 
* Not printed. uorth-east and north-west quarters, 

together with a supplementary figure for the south-east and south-west 
quarters. In addition to the above, the estimate includes certain small charges 
for water-supply and charges for contingencies and work charge establishment 
which are separately abstracted. 

2. The foundations in these two north-east and north-west quarters are 
all on rook and leave the foundations under the dome and the Council Chamber 
yet to be estimated for. Apart from contingencies the amount already sanc- 
tioned is B,s. 73,497 ; this estimate contains sums of Es. 55,370 and Rs. 13,264 
~ which if added to the total sanctioned brings the total to Rs. 1,42,131. 

3. 1 find that we have included in our former figures a sum of about 
Rs. 6,500 for drainage arrangements which is properly debitable to that 
head under Schedule B. I do not propose to write this back at present to 
its proper head but propose to do so as soon as the Schedule B layout has been 
finally approved and the estimate for the drainage arrangements has been 
framed. ; ■ 

.4. Deducting this siun from Rs. 1,42,131 the net amount will stand at ' 
Rs. 1,35,631. The balance yet to be provided for is the foundation under the 
dome and the Council Chamber. So far as our figures have gone in respect 
of these items, the cost is not likely to exceed Rs. 65,^'00, making a total of 

t Pro. Marot 1916, No. 36, A., file si ^ 2,00,631. I previously intimat- 

ed f a maximum total of Rs 1,67,000. 
There is thus a probability of an excess of Rs. 33,631, say, Rs 33,000 under 
■’ the head of foundations, which it may be remembered was included in the figure 
for the basements in this building. The main reason for this is the inclusion 
of provision in the appro:rimate figures for the foundations of the dome given 
above for the work being in cement instead of in lime mortar. We have, not 
yet got full details of the dome from which to obtain an accurate distribution 
of weights but such information as we have got indicates the necessity for 
constructing this part of the work in portland cement mortar and it does not 
appear that any alteration in design can be effected which will obviate the 
necessity.for its use. This point will be taken up with Mr. Dutyens on his 
arrival. 

5. Provision^ is made in this estimate for certain working arrangements 
which are required for the whole period of the work and which cannot be 
borne against an ordinary centage charge for contingencies on the total for 
works. 

6. Early sanction to the estimate is requested. 

7. The work of redistributing the cube estimate for the purpose of 
enabling the Government of India to see how figures compare with the 
approximate figures is progressing and I .hope to forward it during the 
first week of December. , 


/ ' No. 1734, dated' Delhi, the 5lnd December 1915. 

Froln^ — ^The Secretary, Imperial Delhi Committee. 

To — The Secretary to the Government of India, Public Works Department. 

With reference to the correspondence resting with Public Works Depart- 
ment’s lettOT$ No. 67 -B. D., dated the Ist June 1916, 1 am directed to submit 

a copy of a memoraud.um§ .from the Cliief 
Engineer, No. 2888- W., dated the 10th 
November 1916, forwarding an estimate jj 
amounting to Rsi 99,190' for the founda- 
tions in the north^eaatand north-west quarters of Government House. Since 


No. 2 


J Pro., July 1916, No. 64i A, file 24. 
§ Pro. No. 1, supra, 

II Not, printed. 
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Constimotioii of tiro fouird.a.tioxis of Govosmmexrt Moirse. 


the estimate includes various items not exclusively debitable to the foundations 
of the northern half of the building, it will be convenient to summarise the 
estimates for foundations as they stand up to date : — 



Basements. 

Contingencies. 

ToTAi. 

(1) Foundations, soufcli-east quarter . . * . 

Rs. 

36,0m7 

Ks 

1,&75 

Rs. 

36,582 

(^) south-west . 

88,490 

1,785 

40,225 

^dd , — Supplementary estimate for southern half of 
foundations. 

13,264 

663 

13,927 

Total of southern half 

86,761 

3,973 

90,734 

Foundations of north-east and north-west quarters • 

55,370 

2,768 

58,188 

Cost of water • * , * 

1 ’ . 

... 

4,200 

1 4,200 

Total cost of foundations 

1,42,131 

10,941 

1,53,072 

Works Establishment not wholly debitable to founda- 
tions. 


i 5,000 

[ 

5,000 

Service water-supply system to be used in both base- 
ments and superstructure. 

... 

: 9,785 

^ 9,783 

Miscellaneous working* arrangements ditto. 

... 

7,184 

7,184 

Total * 

1,4a, 131 

32,910 

1,75,041 

Iron holdfasts for drainage piping, ip. subu?:ays (dehitable 
to sa^it^y #ttihg^). ^ - 


... 

956 

Total 


* ... 

1,75,997 


3. In paragisaph 12 of this memorandum* ISTo. 2752-W., dated lBrd Ootbbdr 

* Pro. Nfavem'ber 1914 ITb. 26, a; file 37. 1914 (COpy forWarded with: my lottefi- 

' tPro-iNovember 1914^ Ko. 33. A, file 37.' ^ dated 17th October 19l4f), thfe 

Gouncil Chamber^SlRl ^l-Jm^ltkl^^or i^^?u<SS 
the latter at D 67 lakhs ^ the same time he indicated the .posjdbSty of I 
smaller figure which he put at Rs. 1176 lakhs. Subsequently iif his memomn- 
t Pro. .March 1916; Ko, 36, A, Pile ^4. dtinij Ko.' 814- Wi, dated 9^1 '.llaroh 1916 

§ Pro. March 1915, Ka 37. A, Pile 24 . fbtWarded With lady letter §No. 460, 

ae o^t would-be nearer tte bight'aai 

hitherto prepared moludmg the one now snbmitted^motSr td 

?? « ocmtingenoresi The Qluef Engineer- points ^out that>a suiirif ^o^^ 
Rs6,6M^ eventually. We to be wi-itten -baek to -drainage anmn^toS 
under Schedule. B, On the other hand the foundations df dSSd thi 
OouncilChamber are expected to cost Bs,. 66,000 so that thb tOthl cost’ of tte 
foundations will be Rs. 2,00,631 or an excess of Rs 33,631 over, the We or^ 

nally taken. ThMcxcesaapp^S to be unavoidable owing to the iSSStv^f 

laying tha fwndations ^ the dome -in portland cement mortar as exnlamed 
by the Chief En^neer. The next estimate to be submitted wSl be fer^bf 
balance of tl^ basements, and it is now approaching completion In submit 

T> ^ocation for- conttngencies and work establishment wa« 

Rs. 2-61 lak^ ^ng^ ,iPOT cent, on the estimated cost of the main ’building */» 

on> h>.V M%087. 


1 


PROGS. OP THE IMPERIAL DELHI COMMITTEE, DEC. 1915; I Paet A 


Constraction of the foundations of Governxnent House, 


of contingent expenditure on these estimates is not exclusively connected with 
the foundations. The water-supply system and the miscellaneous working 
arrangements will be utilized also in constructing the remainder of the base- 
ments and the superstructure, and the same remark applies also to ihe^provi- 
sion for works establishment. Provision has been made for the cost of water 
used in the foundations, but this is largely a matter of convenience, and much 
the greater part of the cost wjll be adjusted in the works rate for foundations 
and will not ultimately appear under this sub-head. WMle therefore there is a 
possibility of an excess over the provision for contingencies it is not yet certain 
that this will be the case. 


4. The usual allocation statement* is attached and the plansf noted in the 
• Pro. No. 3, infra. margin are also forwarded. With refer- 

* x -i. - 1 ence to-the note-on- plan-Noi -d-lG; I am 

^ ° to explain that, tlbongh it has not been 

Plans c. E. Nob. 545 and 616. prepared With suffiLcient accuracy to be- 

used in laying out the building, this does not impl^ any ^oubt as .to its accu- 
racy for estimating purposes. The revised allocation, which is intended to 
facilitate the comparison of the detailed estimates with the approximate figures 
" originally taken, will be forwarded as soon . as it is received from the Chief 
Engineer. I am to ask that early sanction may he accorded to the estimate. 


PabtA] PBOGS. op the IMPERIAL DELHI COMMITTEE, DEC. 1915 



• Pr(h, May 1815, No. 6, A, file 24. 
t Era., Jnly 1816, Ko. 64^ A, file 24. 
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CONSTRUCTIOKT OF A PORTION OF THE FRONT STEPS, WAIiLS, ETC. OP THE 
SECRETARIATS AND THE MENIALS' COURTS. 


FHe 
No. 43. 


No. O. 11-B. D., dated Delhi, the 25th Novemher 1915. No. 4. 

From. — W. C. Rivett, Esq., Assistant-in-Charge, Governmeiit of ladia, Public 
Works Department. 

To— The President, Imperial Delhi Committee. 

I am directed to return herewith the plans* noted on the marginf forwarded 
* Not printed. With your letterj No. 1626, dated the 

t Plans 0, B. Nos. 641, 259 , ssr and 406. Sf'h November 1916. A separate com- 

t Pro. November 1916, No. 10, A. file 48. Munioation regarding the esUmates wiU 


No. 168-B. D,, dated Simla, the 27th November 1915. No. 5. 

From — P. Hawkins, Esq., Deputy Secretary to the Government of India, Public 
Works Department. 

To — The President, Imperial Delhi Committee. 


§ Pro. No. 4, supra. 

Government of India 

11 Pro. November 1915, No. 10, A, file 43. 


In continuation of this Department’s (Delhi Camp Office) letter§ 

No. 0. 11-B. D., dated the 26th November 
1915, I am directed to say that the 
sanction, the estimates submitted with your letter H 
No. 1626, dated the 8th November 1915, 
amounting to (a) Es. 66,224 for construc- 
ting a portion of the front steps, walls, etc., of the Secretariats and (6) 
Rs. 82,641 for constructing part of the menials’ courts connected with the 
Secretariats in new Delhi. I am at the same time to observe that in addition 
to the excess of Rs. 2,41,202*1' already incurred on “ Excavation and filling,*’ 

^ Vide the Public Works Department letter* Eouudations and “ Basements, * the 
No. 141-B. D., dated the 21st October 1916. Committee anticipate an excess of 

Es. 64,000 over the preliminary alloca- 
tion for the items, front steps, etc., ,and 
menials’ courts, by the omission of the life size stone elephants for the present 
to which the Government of India agree, and assuming an excess of Es. 1 
lakh only on the menials’ courts. This excess may, however, be further 
reduced if it is eventually decided to give up the pavilion at the base of the 
steps-r-a point, which it is noted, is to he discussed with Mr, Baker fhis' cold 
weather. Eurther it was reported in the Committee’s letter** No. 1463, dated 

the 10th October 1916, that they anti- 
cipated an excess of Es. 3,24,000 over the 
preliminary allocation for the item “ Superstructure,” and. t^t according to 
the Architects’ designs the estimate for the Fortes Goobers would possibly 
exceed the preliminary , allocation by Es. 1‘07 lakhs. The amount of the 
excess therefore is as follows : — 


* Pro. November 1916, No. 6, A fil® 86. 


*• Pro. November 1915, No. 3, A fil® 36. 


Excess ou sanctioned estimates ..... 
Anticipated excess on “ Superstructure " . . , . . 

Do. do. Fortes Cochers . . . . 

Do. doj Front steps, etc., and meniab^ courts 

(omitting elephants) . 

Total 


Rs. 

2.41.202 

8.24.000 

1.07.000 
64,000 

7.26.202 


2. The Government of India will be glad to be informed in due course 
of the result of the discusdon with Mr. Baker .of the issue regarding the 
pavilion at the base of the steps, referred to above, and the other probable 
ttP*o. November 1916, No. 10, A fil® 43,. sEviugs r«eerred to in your letter.tt 


O . 
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No. 6 


Constrnotion of a portion of tlio front steps, walls, etc., of the Secretariats and the 

menials’ courts. 


No. 1781, dated DelH, tine 1st December 1915. 

Endorsement by tbe Secretary, Imperial Delhi Committee. 

(1) Copy, with, a copy of the Imperial Delhi Committee letter* No. 1626, 

.T, T. -vr ir. . Cl dated the 8th November 1915, replied to, 

.Pro.Bov.mwm5,Ko.io,A.8i.4S. forwaided to the Chief Engineer, Delhi, 

for mformatioh, with reference to his memorandumf No. 2830- w., dated the 
XT, v loie XT o * Cl BO Ist November 1915. 

t Pro, November 1915, No. 8, A, me 43. 

A report on the points mentioned in paragraph 2 of the Government of 
t Pro No. 6 mvra India’s letter^ should be submitted in due 

* ■ ' ’ * course. 

§ Not printed. plans§ Sub- 

mitted with the estimates is returned. 

(2) Copy forwarded to the Audit Officer, Delhi, for information. 



PKOGS. OF THE IMPERIAL DELHI COMMITTEE, DEC. 1915. [Pa^t A 


Pile 
No. 1. 


PROCEEDINGS OF THE MEETINGS OF THE IMFERIAX. DELHI COMMITTEE. 


Proceedings of the 92nd meeting^ of the Imperial Delhi N'o. 7. 
Committee, held at Raisina on 26th November 1915. 

^ P BE SE NT ; 

The Hon’ble Mb. W. M. Hailey, O.8.I., O.I.E., I.O S.,) t> . 

Chief Commissioner, Delhi, j 

Mb. H. T. Keeling, C.S.I., Chief Engineer, Delhi. 

Mb. G.. Raint, I.C.S., Pinancial Member. - [ 

Mr. W. H. Nicholls, Architeet Member. 

Mr. G. P. deMontmobbn CT, C.I.B , I. O.S., Secretary. 


•Pro. November 1915, No. 23, A, file 1. 


1. The proceedings* of the 91st meeting 
were confirmed, 

2. Considered a letter t No. 1210- A., dated 21st October 1915, from th6 
tNotprioteawithCbfeseprocceaiogs. Chief Engineer, forwarding the Progress 

jpro. No. % Report? under head “61-” for the period 

ending SOth S^tember 1916. Resolved that the report be recorded. 

S'. i^TOSifiSrbd li No. 2279-E., dated 13th November 1916, from the 

vB 1 st’ -. 01 - XT «« » i« Chief Engineer, forwarding a scheme 

§ ro. ove er o, . o. . , revised scale of grade and pay of 

draftsmen in Delhi. The monthly cost of the proposed scale totalling 
Rs. 6,901-4-0 as compared with Rs. 6,906 the monthly cost of the present 
sanctioned scale. Resolved that the proposed scale be approved. 

4. Considered a demi-oflSlcial letter [j No. 06-B. D., dated 18th November 
ntj XT V Vaib it - 7 -r tr fil <km> 1915, ficom the Hon’ble Mr. R. P. Russell, 

OPro. November 1916, No. 77, B, file 288. j. j.i „ t t x- j : x • -t 

" > > . regarding the hghting of certain roads 

in the new city area. Resolved that an estimate be prepared for lighting 
the road known as the Kutab diversion road and that meanwhile the tem- 
porary lighting of the barriers, corners and sign posts of that road be improved 
and that the edges of the road be defined by whitened beacons. 

6. Considered a memorfindumlf No. 2849-W., dated 4th November 1916, 
-rx, XT . 1 E T. ^1 oQi from the Chief Engineer, proposing a 

ITPi’o. D€f«tob6f 1915, Nos* 4-B, B, file 291* . 

temporary lease ox land to Mr- Amar 
Nath B. Bhaskar for a pottery and tfle factory. It was resolved to grant a 
lease subjedt to some additionas in the conditions proposed by the Chief 
Engineer. 

6. Considered a letter** No. 1282-A., dated, 9th November 1916, from the 

••Bro. November 1915, No. 69, B, file 42. Chief Engineer, forwai’dinga listtfof 

fiPio. No 9, infra. minor estimates amounting to Rs. 22,983 

sanctioned by the Chief Engineer in the month of October 1915. Resolved, 
that the sanctions given be approved. 

7. Considered a letter$t No. 320-Ii. A., dated 4th November 1916, from the 

. . . Special Land Acqnisition Officer, for- 

43:Pxo. ecember 191 , o. 1, , 0 . warding a proposal for raising the pay 

of 9 members of his menial establishment by Rs. 18. As this is a temporary 
establishment and is about to be dispersed, tbe Committee resolved that the . 
proposal could not be entertained unless the Special Lapd Acquisition Officer 
could show that the cost could be met by savings under other heads in ffis 
establMiment charges. , 

8. Considered a memorandum§§ No. 2922-’W., dated 15th Novembet 1916, 

',!• from the Chief Engineer, forwarding 

§§Not printed wi& these proceamgs. ^n^ estimates f Or the Great 

Place. It was resolved to forward the des%ns and the approximate estimate to 
the Government of India. The total of the approximate estimate amoimts to ^ 
Rs. 6,92,800 exclusive of contingencies. It was decided to recommend the 
omission of the fountain, basins wliieh would reduce the cost to Rs. 4*76 lakhs 
or "with contingencies to Rs. lakhs.. . 


9 
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Prooeedinss of tbe zaeetiugrs of tlie Imperia>l DelM Committee. 
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14 . Oonfi^tructing 722 peons* (juar* 3,0^,326 73,668 1,83,686 ,«* 40,000 2,23,686 2,97,244 

ters (November 1914). 

16 Constructing 16 European 1,83,260 -70,24^ ^ 69,897 1,220 61,117 1,81,367 

Clerks* Quarters, Glass I ^ 

(December 1914). 
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Froceedings of the meeting's of the Imperial Delhi Committee. 
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Proceedings of fbe meetangs of tbe ImpoidaJL Dellii Committee. 
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FroceedLingra of tlie meetiiigrs of tbe Imperial Delbi Committee. 
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Proceedings of the meetiii«;s of the Imperial Delhi Committee. 
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Proooedinss of fbo sn.oo'fcxxifirs of flie Xxox^x^oJL Dellidl Comzuil/lioo* 
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Total D.-VII-Too] 8 and Plant 5,68,633 8,18,937 1,26,686 620 3,46,092 

(E.1,9B,000) (1.8,178; (1.64,012) 









































'SfloamiaogiJi-’xi-'a 


PROGS. OF THE IMPERIAIi DELHI COlVtMlTTEE, DEC. 1916. [ Pabt A 


Proceedinsrs of tbe meetings of tbe Imperial Delbi Committee. 
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X*rooeedinsrs of tbe meo'fcing's of tbe Imperial Dellii Committee. 
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^roceedinfirs of tlie meeting’s of tlie Imperia*! I>ellii Committee. 
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X*roceediii£rs of tbe meetings of the Imperial Delhi Committee. 
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Proceedings of tlie meeting's of tlie Imperia.! Delbi Committee. 
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JPro$res» Seport for the month ending SOth September i5io--contd. 
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Proceedingrs of tlie meetings of tlie Imperial Dellii Committee. 
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No. 


X*roceedinss of tlie meetings of tbe Imperial l>eU]l Committee. 


IBeturn of Minor Works sanctioned by the Chief Engineer during the month of October 1915. 


Serial 

No. 

Nnmber 

of 

estimate. 

Name of work. 

Head of 
classi- 
fication 

Amount 

of 

estimate. 

Project 

item. 

Bbmaeks* 



Broo^ht forward * 


Rs. 

9J,616 



1 

121 of 
1916-16. 

Providing new wooden floors to^ 20 
of the broad gauge wagons received 
from the Dower Dari Doab Canal. 

D-VII 

4,200 

D-VII 

K {Hi) 


2 

122 of Do. 

Maintenance of the Gurdwara 

garden during the year 1915-16. 

D-X 

2,342 

D (iii) 


3 

123 of Do. 

Maintenance and repairs to three 
steam watering carts during the 
year 19 L 6-16. 

D-VII 

1,074 

DVII 

K (Hi) 


4 

124 of Do. 

Providing electric lights on the 
oflBlce rooms added to the Architects’ 
quarters at Baisina. 

D-IX 

sss 

D-IX G, 


5 

126 of Do. 

/ 

Making^ a two seated latrine in 
Safdarjang dispensary. 

D-IX 

62 

D-IX F. 


6 

126 of Do. 

Providing water^-supply for the peons’ 
quarters in block Iso. 86, 

D-VI 

D-IX 

2,864* 

D-VI (iii) 
&D-IX(E) 

*D-VI 2,291 
D-IX 663 

7 

127 of Do. 

Annual repairs to the Indian Clerks* 
Quarters during 1916-16. 

D-X 

4,823 

D-X (i) 


8 

129 of Do. 

Testing Baoll at Kutab villas 

D-IX 

122 

D-IX (A) 


9 

131 of Do. 

Maintenance of broad gauge sidings 
at Delhi Sadar during 1915-16* 

’ 

i 

D-X' 

2,4(57 

D-X 

(unfore- 

seen). 


10 

183 of Do. 

j 

Constructing drinking troughs for 
animals along the new dlvemlou oD. 

D-IX 

173 

D-IX G. 

f 

/ 

11 

135 of Do. 

BeneWal of matting latrines at 
Sunahri Bagh cooly lines. 

D-X 

230 

D-X (vii) 


12 

139 of Do. 

Purchase of conservancy ilant 

D-IX 

2,600 

D-IX F(iv) 


13 

140 of ^Do. 

Clearing well and baoli at Indrapat 
Fort. 

D-Iil 

687 

D-III A(ix) 


‘ 14 

146 of Do. 

Providing furniture for the English 
Architects ofldce at Kaisina. 

D-VII 

' 1,064 

D-VII (i) 

1 



Total for October 1916 , , 


22,983 



- 


‘ TpTAIi ' 


1,19,699 





Total to end of last year • 


2,47,246 





Gban3> 'Total 


3,66,844 




AbstiiBiCt jEor October 1916. 


D-III 

D-Vl 

p-vir 

D-IX 

D-X 


-4 hsti^act, 
£s. 


Abstract to tbe end of October 1915* 



. . . . 687 

D-II . 





• . . . 2,291 

D-III . 

I 

* « 

m 

# m 

* * a « 6,338 

D-VI . 



m 

• m 

4 ' 3^905 < 

D-VII . 



m 

* m 

• . . . 9,862 

D-IX , 

# a 


« 


iotial . 22,988 

D-X , 

m m 

• 4 

• 


42 


Total 


" Ks. 
2,726 
3^;626 
2;391 
14^66-1 
. 37,031 
59,124 

1,19,599 


PEOGS. OP THE IMPEEIAL DELHI. COMMITTEE, DEC. 1915 . [ Past A 

^ooeedinss of the meeting s of the Iniperial Delhi Committee. 

Proceedings of the 93rd meeting of the Imperial Delhi No. 10 
committee held at Kaisiua on 3rd December 1915. 

Pbesbkx : 


The Hon’ble Mr, W. M, Ha hey, C,S,I„ O.I.E,, LC.S., ■) ^ 

Chief Commissioner, Delhi . } ^^esideni^ 

Mr. H. T. KEEEiirff, 0.8,1., Chief Engineer, Delhi, 

Mr. G, Rainy, T.C.S,, Einanoial Member, 

M!r. W. H, Nicholls, Architect MEember. 

Mr. G. E. deMonemorency, C.I.E., I.O.S., Secretary. 


JUI 








I ^Pro. Ko. 7, supra. ^ - j- 

o n -j T were confirmed. 

2 . Considered an estimatet amounting to Rs 29,500 tor the construction of 

tPro. December 1915, N® all— 39, A, file 85. ^ residence for an officer of class ITT 

the estimate be sanoMoned. according to desiga A-899. Eesolved that 

^ a. Considered an estimate} amounting to Bs. 4,659 for the oonstniotion of 
. tPro. December 1916, No. 33, B. file 297. back service roads in .plot 112. Resol- 

conveyed. administrative appOTa) be 

4. Oonsiderad letter? No. 13e-M.D., dated 2Srd November 1915. from the 
§Pro, December i9iS> No. 40, A, file Deputy Secretary to the Government 

saa S. ssaj-isidrs? “S 

f proj^d railway station and to the neoesrit^of mEri 

Locomotive ySS 

A-90|app^|jr » ,Plan 

6. Considered an estfmafe|f amount^g to Rs. 1,781 for’ the construction of 

llPro.i>eoemberi;9i6,]Yo.34.,B, file 297. a Siding at Nizamuddin station in con- 

brioWelds. ■i^lvedthatadministiat“e^pprata*be'ri^3to^J *'‘®‘ 

7. considered the schednleT otrexZSrfm O^toWJI^ra^SSt with 

ITPro. December 1915, No. 1, B, file 46. Audit Officer’s memorandum No 

ved that the schedule be recorded. ^fovember 1916. Resol- 

8 . The question** of the retention of the engineering, staff, attached to the 

••Pro. December 1916, No. 16, A, file 29. Land Acquisition Officer, was considered. 

ment consisting of 1 Overseer 2 retain the establish- 

her 191gto Mst Marah 1916, 4 an 

9. Considered a lettertt No. 152-® D., dated 2nd November lte>omthe 

ttPro. Novwnber 1916, No. 17, A, file 14. - Deputy Secretary to the ' Government 

Resolved'^^ that enquiries be made from Works Department, 

scale drawings of the Central buildintra foiir, India whether -J 

suit their requirements. oompfctiou plans would . 

10. Considered an estimate}} amountog to Es. 8,276 for oonslruoting the 

Jti’ro. December 1915, No. 36, B, file 297. north and south road in block 1117 It 

approval. • resolved to grant administraMvc" 
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ESTABLISHMENT SANCTIONED FOR THE LAND ACQUISITION PROCEEDINGS 

AT DELHI. 


No. 11. 


No. 8S0-L. A., dated Delhi, the 4th November 1915. 


Prom— The Special Land Acquisition Officer, Delhi. 

To — ^The Secretary, Imperial Delhi Committee, Delhi. 

The menial establishment of the Land Acc[iiisition office apply for an 
increase in their pay and I have the honour to propose that each of the peons 
and the office ohowkidar may be granted a monthly increment of K-s. 2 

• fro. 

: taon statement. * This will raise the 

monthly pay : — 

(a) of each of the 7 peons (Nos. 1 to 7) to Es. 9 as sanctioned for the 
offices of the Deputy Commissioner and District Judge, vide Per- 
„ . .... sonal Assistant to Chief 

Commissioner’s « No. 6194 
(Pinancial), dated 3rd August 1916, to the Audit Officer, Delhi 
Province, and 


(6) of the Special Pleader’s peon and the office chowkidar (Nos. Sand 9) 
to Ks. 10 as they are already drawing one rupee more than those 
specified above, probably on the consideration that they are not 
allowed fixed monthly travelling allowance of Be. 1-8 like 
them. 


Pile 
No. 29. 


2. Owing to the comparatively high cost of living in Delhi, thelwhole 
of the menial establishment deserves enhancement in pay, and I strongly 
recommend that it may be granted with retrospective effect from the 1st August 
Ij916, that is, the date from which the increased rate has been granted to other 
establisliments in the province. 

The p^fpesali" if sanfelioned will involve a monthly expenditure 

of Es, 18 only. 


No. 12. 


Zist of Chaprasis employed in the Land Acquisition Office, 


* 

Present pay. ! 

Proposed pay. 

Increment. 

- 


Bs. 

A. 

F. 

Bs, 

A. 

F. 

Es. 

A. 

p. ^ 

(1) Gopal , 

Special Land Acquisition 

7 

0 

0 

9 

0 

0 

2 

0 

0 

Officer's peon. 








9 


(^) Sardax Singh 

') ( 

7 

0 

0 

9 

0 

0 

2 

0 

0 

(3) Allah Dad . 

>Naib Thahsildar^s peon, < 

7 

0 

0 

9 

0 

0 


0 

0 

(4) -Kanhiya 

y 1 

7 

0 

0 

9 

0 

0 

2 

0 

0 

(5) Chxmman . , 

Office peoBo 

7 

0 

0 

9 

0 

0 

2 

0 

0 

(6) Daya ial . . - 

(t) Chand Khan 

^ Tamil Chaprasis. ^ 

7 

7 

0 

p 

0 

0 

9 

9 

0 

0 

0 

0 

2 

2 

0 

0 

0 

0 

(8) TnUa , 

Special Pleader^s peon. 

8 

. 0 

0 

10 

0 

0 

2 

0 

0, 

(9) Mnhmniad Said . 

Chowkidar, 

8 

}1 

0 

10 

0 

0 

2 

0 

0 


' , Total 

65 

0 

0 

/ 

88 

0 

0 

18, 

6 

0 
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Sstablisliment sanctioned for the land acc^uisition proceeding's at Delhi. 


No. 1710, dated Delhi, the 27th November 1915. MTo* 13# 

Prom— The Secretary, Imperial Delhi Committee, Delhi. 

To — The Special Land Acquisition Officer, Delhi.* 


With reference to your letter* No. 320-L. A,, dated 4th November 1915, 
* Pro No. 11, proposing an increase in the pay of the 

menial establishment, I am directed to 
say that the Imperial Delhi Committee cannot entertain the proposal unless it 
can be shown that the oost can be met by savings under other heads of your 
establishment charges. 


No. S46-Li. A., datod Delhi, the 2nd December 1916. 
From — ^The Special Land Acquisition Officer, Delhi. 

To— The Secretary, Imperial Delhi Committee, Delhi. 


No. 14. 


In reply to your letterf No. 1710, dated 27th November 1916, I beg to 
t Pro. No. 13, supra. attach herewith a statement % showing 

j Pro. No. 16, bxpenditure incurred on establishment 

up to the end of November 1916 and the 
probable amount of expenditure required for the remaining three months of the 
present financial year. Drom tliis it will he seen that there will he , a saving 
of over Its. 7,000 under heads A, B and O, whereas proposed increase in the 
pay of menial staff involves an additional sum of its. 18 per mensem or 
Es. 126 in all up to the end of the current financial year. 


Statement showing budget estimate together .with , expenditure required up toNo* 15. 
' the end of the financial year 1915-16. 


Heads. 

Sanctioned 

Budget. 

Expenditure 
up to the 
end of 
November 
1915. 

Probable 
for next 
three 
months. 

Total. 

Increase 

or 

decrease. 

A. Salaries and allowances* 

(i) Gtoetted officers , • 

(ii) Nbn-gazetted officers" . 

, ToM 

I 

B. Travelling allowances* « 

(i) Gazetted officers 

(ii) Non-gazetted officers ' « 

Total 

<7. Supplies 9 servieejs.and (^n^^ 
tingencies** 

Miscellaneous (including Special 
Pleader^s and Special Engi- 
neer's contingencies.) 

Grand Total 

33,496 

9,417 

22,765 

8,320 

6,330 

2,157 

29,086 ' 

10,477 

+4,410 

—1,060 . 

42,912 

81,075 

8,487 

39,562 

+ 3,850 


1,200 

970 

■ 850 

S0Z> 

1,560 

1,277 

+ 250 

+ 100 , 

3,177 

2,170 

657 

2,827 

+360 

. . 7,070 ' 

’ 1,560 

2,0^0 

' ' ^ j 

f. 

3,570, 

+ 8,80() 

' - . 

63,159 

34,796 
,* ■ 

11,164 

45,969 

7,200 


KHAZAN SINGH, 

Special Land Acqmsition Officer. 

^ ■ 
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No, 16 


Kstablislimeiit sanctioned for tbe land acquisition proceedinisrs at X>elM» 

No. 1702, dated Delhi, the 7th December 1916. 

Prom — The Secretary, Imperial Delhi Committee, Delhi. 

To — The Special Land Acquisition OfBcer, Delhi. 


In continuation of my letter* No. 1113, dated 9tli August 1915, I am 
*r> A w AO A oiooo directcd to convey sanctiontoth.ereten- 

• Pro. August 1915, No. 42, A, file 29. . , 1 -»« i m-i j* j.t 

tion up to 31st March 1916, of the 
following engineering establishment employed on the land acquisition work : — 


1 Overseer @ Rs. 80 per mensem plus Rs. 5 per mensem cycle allowance. 

2 Chaprasis (1 for Engineer Officer and 1 for Overseer) @ Rs. 9 per mensem each. 

2 Khalasis @ Rs. 9 per mensem each. 

The Audit Officer, Delhi, has been informed. 

17» dated Delhi, thtf 7th December 1915. 

# 

Endorsement by the Secretary, Imjoerial Delhi Committee. 

Copy forwarded to the Audit Officer, Delhi, for infoi-mation. 

ISTo. 18. No. 1781, dated Delhi, the 10th December 1915.' 

From — ^The Secretary, Imperial Delhi Committee, Delhi. 

To — The Special Land Acquisition Officer, Delhi. 

With reference to the correspondence resting with your letterf No. 346- 
a.t> „ „ L.A., dated 2nd December 1916, I am 

^ ^ ^ directed to say that tihe Imjperial Delhi 
Committee sanction the following increa^ in the pay of the meaiial establidi- 
ment of tbe Laiid Acquisition offi.ce with effect from the Ist August 1916 : — 



Existing pay. 

Pay now sanctioned. 

i 

s Increase per mensem. 

i 

\ 

Bs. 

Rs. 

Rs. 

1 Sjiecial Pleader^B peon 

8 per mensem. 

9 per mensem. 

1 per mensem. 

7 Chaprask * . 

. 

7 per mensem. 

9 per mensem. 

% per mensem. 


Tbe Committee see no reason to give an increase to tbe (jhorwkidar whose 
pay should remain Rsl 8 per mensem. 

2, , The Audit Officer, Delhi, haS’been informed. 


No. J19. 


No.' 1782, dated Dffihi, the 10th December 1916. 

, Endorsement by the Secretary, imperial Delhi Committee. 
Copy forwaiided to the Audit ’Officer, Delhi, fbr information. 
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Pile 
No 35 


TYPE PLANS OF RESIDENTIAL DUILDINGS FOR OFFICERS IN NEW DELHI. 


No. 1348, dated Delhi, the 20th September 1915. 


No. 20. 


Prom — The Seeietary, Imperial Delhi Committee, Delhi. 

To — The Secretary to the Goverumeut of India, Public Works Department. 


In continuation of my letter* No. 


* Pro., August 1915, No. 38, A, file 35, 


Design A 830 1 

1 Design for residence. 


A 832 


A 833 J 

9> 

A 875 

Site plan. 

99 

A 837 

9* 

A 838 1 

1 Design for residence. 

99 

A 839 

99 

A 874. 

Site plan. 

99 

A 816 

Kitchen. 

99 

A 857 

Servants^ Quarters. 


A 840 

Latrine. 


5 Estimates, 
t Not printed. 


1141, dated 16th August 1915, with 
which type designs for residences 
of officers of class IV were for- 
warded to the Gorernment of 
India, I am directed to submit for 
the approval of the Govemment 
of India the . marginally noted 
designst and estimatest dealing, 
with two designs for officers of 
class II. 


2. The Committee have received no special directions from the Govern- 
ment of India as to the accommodation which it is desired to provide for an 
officer of this class. Each of the present designs provide for a hall, a dining 
room, a drawing room, a study, two bed rooms fitted with one dressing 
room and two bath rooms each, one bed room and bath room and one spare 
room with bath room attached which can be used as a fourth bed room. The 
Committee venture to think that this scale of accommodation will he found to 
be sufficient for an officer of this class. 


3. The limit of cost fixed for this, class is Hs. 38,000. The estimated 
cost for design A 830-3 is Rs. 34,600 while that for A 837 is Its. 36,780. 
Both the designs now submitted show a considerable saving in cost over the 
limit fixed. 


Memo. No. 2479-W., dated Delhi, the 23rd September 191.5. No. 21 

From — The Chief Engineer, Delhi. 

To— —The Secretary, Imperial Delhi Committee. 


1 Pro., Aug-ust 1916, No. 37, A, file 36. 
§ Not printed. 

(1 Pro. N o. 22, infra. 


In continuation of my memorandum % No. 2089-^., dated the 7th August 

1915, I forward herewith the plans § and 
estimates §, for designs A 821, 822, 823, 847 
and 843 for class VI together with, a, note H 
by Mr Nioholls in which he brings out the various points in regard to which design 
A 821 now submitted differs from the bungalow recently erected for the Sub- 
Divisional Officer, “Western. J umna Canal, in Delhi. The note clearly shows 
that there is no essential difference as regards cost qua method of construction ’ 
but that the difference lies mainly in finish. * 

A 821 is the most costly of the five designs and what Mr, Nicholls has 
shown with regard to that design,* applies muiatis mutandis to the other four. 
The average excess over the limit is Es. 706 and if the designs are accepted as 
types as the estimates stand the total excess will amount to Es- 36,712. 

This can be reduced by the elimination of certain items in the list, 
totalling Es. 990, such as fly proof shutters, picture rails, , tile skirtings, cxirtain 
brackets, tile sills to windows and a reduction on the amount ’ provided for 
fireplaces. Whether such reduction is adidsable is another matter aidd, person- 
ally, I am in favour of. recommending their retention. 


I recommend that A 821, 822 and 847 be sent up and tljat they may he built 
as estii^ted for to ascertain what, if any, economies bdn be effected during 
execution apart fron^ the elimination of items of finish. The estimated excess 
O];^ these three designs aver^es out at Es. 670, and it is quite possible that 
if the height of the rooms is reduced to that in .the Sub-Divis|t)nal Officer’s 
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Type plans of re sidential buildings for ofBLoers in New Delhi. 


buDLg:alow the balance of tbe difference, viz., B.s. 258 (670-412) conid be 
saved partly from the foundations (this would of course depend upon the 
site) and partly from the provisions for fireplaces and fiy proof shutters. I£ the 
town and the residences therein are properly conserved fly proof shutters •will 
not be required and personally, I would not provide them in any house in the 
new city until it has been proved that the conservancy thereof is sufficiently 
ineJBdcient to w'arrant the provision. 


No. 22. 1 The Imperial Delhi Committee recently called for an investigation into 

the design and estimate for the Sub-Divisional Officer’s bungalow. Western 
Jumna Canal, Delhi, in order to show wherein the difference between the 
'cost of that bungalow and the proposed bungalows for class VI lies. 

II. The amount of the estimate for the main building, Sub-Divisional 
OffLeer’s Bungalow, Western Jumna Canal, was its. 6,890- It was found that 
if the Imperial Delhi Committee rates were applied to the provisions contained 
in the abstract estimate for this bungalow, its cost would have been Bs. 6,536, 
and its plinth rate 1-13-8*5, the plinth area being 3,620 sq. ft. 

III. Comparison with A 821, which is one of the bungalows proposed for 
class VI, shows that the extra cost of the latter may be attributed to five 
causes ; — 

(«) The provision of certain items aggregating B.s. 99Q which are not 
provided for in the Canal bungalow. 

(5) Extra work in foundations involving an excess of Rs. 780. 

(c) Extra height in rooms involving an excess of Rs. 412. 

{d) The provision in A 821 of modern sanitary fittings and a water- 
carriage system of drainage which accounts for an excess of 
'Rs. 2,363. 

{e) The- substitution in A 821 of better materials. The following in A 821 
' consisting of 3" lime concrete covered with 1^" cement concrete 

in the rooms, and brick paving on concrete in the verandahs in- 
volves an excess of Rs. 226 over the flooring of the Canal 
bungalow which is described in the abstract estimate as ‘concrete’ 
and which actually consists of lime concrete covered with the 
thinnest possible skimming of cement. 

The use of katcha pucoa masonry in A 821 instead of sundried brick in 
mud accounts for an excess of approximately Rs. 212 over the Canal bungalow, 
after the different thickness of walls is taken into account. 

IV. If these items aggregating approximately Rs. 6,000 were deducted 
from the estimated cost of the main building A 821, viz., Rs. 12,690, it would 
he seen that the cost would he reduced to Rs. 7,690. and the plinth rate to 
Rs. 2-1-0 trhich compares reasonably with the cost of the Canal bungalow whic|i 

, exceeded the estimate (Rs. 6,89 0)i, and was put at Rs. 7,851 by the Executive 
Engineer when the building was nearly complete (28th July 1916). 

V. The economies whioh this comparison with the Canal bungalow 
suggests are not all of them feasible in the case of the class VI bungalows. We 
are committed to. the water carriage system of drainage (d) erx l we cannot 
reduce the foundations provided in the estimate (5). 

It is impossible to recommend that the height of the rooms (<?) (19 feet in 
clear) in the class VI bungalows should be reduced if these houses are going 
to be occupied by Europeans — possibly with children in the hot weather. 

With regard to (e), flooring such as that provided in the Canal bungalow 
is not likely to lead to ultiipate economy. It is much more liable to crumble 
uuder wear than the better class of floor provided in A 821.* Such floms, 
when the surface has crumbled to powder, are liable "to harbour vermin and 
are most insanitary. 
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plans of residential buildiniTS for officers in New Dellii. 


With regard to (a) the various items which account 
Hs. 990 are as follows : — 

(t) Ferro corcrete lintels over doors and windows 
(tt) Flj proof shutters 
{Hi) Tile skirtings 

(i?^) Painting for doors and windows • 

{v) Picture rails • . . • . - . 

{vi) Coke breeze bricks built into walls for fixing woodwork 
(vii) Cowl ventilators . • . • • - . 

{vizi) Cast iron air bricks (in W. C.*'s) .... 

Finishing fireplaces ...... 

(a?) Side table for pantry 

(xi) Steps to toppaost roof «.«•.• 
{jrii) Holdfasts and rings for chicks .... 

(xiii) Masonry hot ease in pantry .... 

{xiv) Curtain brackets ...... 

{ xv) Kain water spouts and pipes .... 

(xvi) Stone slabs for water to fall on . - . 

(xvii) Tiled sills to windows . . ... . 

(xvizz) Forming chases and cutting away for sanitary work 


for the excess of 

Rs. 

. 275 

80 

. 24 

69 
24 
48 
8 
6 

200 

8 

95 

. . 6 
20 
19 

96 

. 8 

10 

64 


990 


Some of these items cannot be regarded as essentials ; but taken altogether 
they are calculated to give to the houses a certain quality of finish which 
their position in the New Capital appears to warrant, and the omission of which 
would leave them as devoid of amenities as the ordinary Canal bungalow. 
Personally I think the Imperial Delhi Committee should recommend designs 
and estimates for class VI, as they stand. 


The 16th September 1915. 


W. H. NIOHOLL3. 


No. 1530^ dated Delhi, the 19th October 1915. ISTo^ 23* 

From — ^The Secretary^ Imperial Delhi Committee, Delhi. 

To — The Secretary to the Government of India, Public Works Department- 

In continuation of my letter* No. 1348^ 
dated 20th September 1916, I am directed 
to submit the marginally noted designsf 
and estimatesf for residences of officers of 
class VI. 

2. The Committee have received no intimation from the Government of 
India as to the amount of accommodation considered suitable in the c^e of an 
officer of this class. The type designs now submitted provide various scales of 
accommodation. Design A 821 provides for a dining room, a drawing room 
and three bed rooms : one of the bed rooms has a dressing room and two bath 
rooms, and the other two have only one bath room each. Design A 822 pro- „ 
vides for a dining room, a drawing room and a den. It has two bed rooms one 
of which has two bath rooms and the other only one. Desd^n-A 823 provides 
for a dining room, a drawing room and two bed rooms; one of the bed rooms 
has a dressing room and two bath rooms and the other a dressing room and one 
‘ hath room. Desigfi A 847 provides only one living or reception room and 
three bed rooms. This class of accommodation may be^uitable in some cases 
for officers of this class on the lowei* scale of pay. ^ 


*Pro. No. 20, supra. 

^ f Not printed. 

Pe^gn A 821 for residence class VI. 
A 822 5, „ 

>f A 823 ,, „ „ 

* ' A 847 ,9 ,9 

„ A 842 Kitchen. 

„ A 846 Servants^ quarters, etc. 

„ A 840 Servants^ latrines. 

4 Site plans. 

4 Estimates for residences. 

1 Estimate for kitchen. 

1 Estimate for servapts* quarters. 

1 Estimate for servants^ latrine. 
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Type plans of residential totiildings for officers in New Delhi. 


3. A feature common to all tlie designs is ibat 
estimate figure of cost (Rs. 16,000) fixed for residence of tbis ^lass. The cost 

of the designs is as follows ; — 

. lis. 


A 

A 

A 

A 


8-21 

82 ^ 

82S 

847 


4. On account of the feature noticed in the previous 


15,090 
15,180 
15,680 
15,840 

paragraph the Com- 


(i*i) 


4. un account oi tne leaiurc ax,. ± ^ onrl 

mittee decided to institute a detailed comparison 
that of a local bungalow which has recently been built at xj 

Irrigation Department for the residence of the Sub-Divisional Ofhcer, 

- JuiSna Canal! and offers approximately the same ^ccom Wation 
cost. In connection with this comparison I am to submit the ±ollo\iine, 

statements : — 

■ (i) statement* A.-A c6py ot the abetraot 

*Pro. xo. 24. in/ra. Irrigation Department 

rates. ^ 

Statementt B.-An abetraot o£ the 

tpro.xo. 25, an/ta. Doliii Committee in 

their estimates for residences. , 

Statementt 0.— A list of certain items aggregating B,s. 990 which 

are proyiuccl tor in tJie 
jpro. No. 26. infra. estimate for design A 821 

but are not provided for in the estimate of the Canal Ollicer s 
residence. 

A nlah^ of. the Suh-Dividonal Officer’s bungalow showing the accommoda- 
^ tipn is also submitted. 

§Not printed, 

6, JProixi an examination of tlxe abstract and a comparison 'with, tli© desig^n 
and estimate for type plan A 821 (which is, it will be noted, the rn^t expensive 
of the plans now forwarded) the following results appear. The estimate for the 
Tnfl.iTi building of the Suh- Divisional Officer’s bungalow calculated at Imperial 
Delhi CommStee’s rates amounted to Es. 6,535 giving a plinth area mte of 
Bs. 1-13-8*6. The main building of design A 821 is estimated to cost 
iEls 12,690. Drom this the following items must he deducted before a true 
comparison can he made : — 

(®) The provision of modern sanitary fittings and a water home system 
of drainage which accounts for an excess of Bs. 2,363. 

di') The provision of the extra items enumerated in Statement H O which 

accounts for an excess of 

^ llPro. No. 26, i^fra. ggQ_ 

(iii) Extra work in the foundations involving an excess of Bs. 7^0. 

(w) Extra heig^ht,of rooms inv^ving an excess of Bs. 412. 

(v) The rise of better materials, e.g., B" lime concrete covered by 1|" 

5 cement concrete in the rooms and brick paving on concrete ^ in 

the verandahs which involves an excess of Bs. 225 on the flooring 
of tlae Ganal bungalow ; the latter is described in the abstract 
^ estimate as concrete and is actually lime concrete covered with a 

very thin skimming of cement. 

(oi) The. use of katcha pacca masonry instead of sun-dried bricks in mud, 
accounting for aii excess of hpproximately Bs, 212. 
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If these items amounting to B.s. 6,000 approximately are deducted from the 
estimated cost of the main building its cost is reduced to Bs. 7,690 ; and the 
plinth area rate (B-s. 2-1-0) compares favourably with that of the Canal bunga- 
low (Bs. 1-13-8*6). Asa matter of fact the estimate of the latter has during 
construction worked up to Bs. 7,344 in actual cost as compared with the figure 
of Bs. 6,890 given in the original estimate. 


6. The Committee solicit the orders of the Government of India as regards 
the question of the reduction of the cost to the project estimate figure. The 
Committee venture to recommend that they be permitted to make reductions so 
as to secure that on the average the project estimate figure is not exceeded. The 
housing scheme contemplates 62 residences of this kind and any excess on a 
type is subject to multiplication by this figure to obtain ‘ the total excess.. The 
amount of reduction in cost varies with each type : but, if equal nxunber of all 
four types now submitted are constructed, the reduction to be made on the 
average excess works out to Bs. 660. To obtain the desired reduction the 
Committee consider that the height of the main buildings might be reduced to 
that of the Canal bungalow. An all-round reduction in the height of the 
rooms in design A 821 to that of the Sub-Divisional Officer’s bungalow would 
result in a saving of Bs. 412. Turning to the items totalling Bs. 990, of which 

a list is given in Statement* C, the Com- 
iQ. o. , tufra. mittee consider that in a residence of this 

class in the new city, where conservancy and anti-malarial precautions are likely 
to be of a high standard, the provision of fly proof shutters is unnecessary and 
they would eliminate them and thereby effect a saving of Bs. 80. The pro- 
vision for fire places, though not extravagant, is on a scale which passes beyond 
the requirements of essentials into the domain of finish and an economy of 
Bs. 100 might be made in this item. The remaining average excess of Bs. 68 
would be eliminated by savings on the estimate for foundations which is an 
average figure and on which savings may be posd.ble in practice according to 
the nature of the soil of the actual sites, or by the elimination of some of the 

remaining items of finish enumerated in 
Statementt C. 


fPro. No. 26 , infra. 
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No. 24. Statement A. 

PBOJEOT.— WESTERN- JDMNA CANAL. 

^ANOH.— DELHI BRANCH. 

NAME OE WORK. — BUILDING OF RESIDENTIAL OTTARTp-R pm? 
T,rr OtmCMB, AT ^hAl QUARTER FOR 

5^UND, major head.— 49— CAPITAL 

HEAD.— I— WORK. 

^:^^UEAD.— II— M^N CANAL AND BRANCHES. 

SUB-HEAD. — K. — BUILDING. 


No. OT 

Quantity. 


2, COO c, ft. 
1,640 „ 
6,100 „ 
2,600 „ 
1,100 „ 
2,620 „ 
i,700 „ 
4,630 „ 
4,400 „ 
3,7S0s.ft. 
6,530 „ 
12,800 „ 
12,400 „ 
6,600 „ 

46 c. f fc. 
yeo s. ft. 
20 No. 
20 „ 
17*5 c* ft. 
60*12 cwt. 

4 No. 

3 „ * 
10 « 

66 fl. ft. 


Abstract of expense. 


Earthwork , . 

J^o. on roof . 
Concrete , , 

Sand filling . , 

Stone masonry with limA 
Pacca masonry . 

Paooa arch masonry . 
Katcba pacca masonry 
Katoba masonry . 
Jibiwork * , . 

Pacca plaster « . 

Katcha plaster and gobri 
Whitewashing (3 coats) 
Colourwashing . 
Stonework • * 

Glazed doors and windows 
Sunshades . ^ 

Tie rods, complete ♦ 
Woodwork , ^ 

Polled steel joists , 
XroxL cli&mhey covers • 
Iron drain flaps 
Patpegfl , , ^ 

J affre and door , 
Contingencies ^ , 

Total 


rupees 


Bate. 


At 

Per 

- Amotint. 

Bs. A. P. 


Bs. 

4 

0 0 

1,000 

8 

6 

0 0 

1,000 

3 

18 

0 0 

100 

218 1 

4 

0 0 

100 

100 

24 

0 0 

100 

264 

30 

0 0 

100 

786 

36 

0 0 

100 

685 

22 

0 0 

100 

987 

7 

0 0 

lOQ 

308 

4 

0 0 

100 

148 

4 

0 o 

100 

221 ' 

0 

12 0 

100 

^ 96 

0 

6 Q 

100 

47 

0 

10 0 

1 100 

35 

2 

0 0 

o. ft. 

90 

1 

2 0 

s. ft. 

865 

^ 4 

9 0 

each 

80 

1 

0 0 


20 

2 

8 0 

0. ft. 

44 

10 

0 0 

cwt. 

891 

, 1 

0 0 

each 

4 

0 

8 0 

99 

2 

1 

8 p 

f9 

16 

0 

8 0 

s.ft, 

28 

6 i 



0 0 

100 

**• 

••• 

... 

... 


Total 


Bi. 


6,662 

328 


'^he 15th lHay 19 14% 
62 


N.'J. II ^ 

Mxccutivc 

Delhi Division, Western Jnmna Canal, 
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Statement B. No. 25. 

Abstract of estirnated cost of constructing quarters for the Sub'- Divisional . Officer^ Western 

Jumna Canal^ at current Delhi rates. 


Quantity 

or 

Ko. 

Abstract of Expense. 

Rate. 

Per 

Amount. 

Total. 



Rs. A. 

p. 


Rs. 

Rs. 

2,000 «. ft. 

Earthwork, excavation for foundation 

5 0 

0 

1000 c. ft. 

10 


1,640 „ 

„ filling in over roof % % 

6 0 

0 

»» 

9 

••• 

6,100 „ 

Concrete broken stone in lime mortar • 

19 0 

0 

100 0. ft. 

969 


2,500 „ 

Sand filling • « . • • 

6 0 

0 

22 

125 


1,100 „ 

Stone masonry with lime mortar 

24 8 

0 

22 

270 


2,620 „ 

Pacca masonry (2nd class burnt brick in 
lime mortar) superstructure. 

26 12 

0 

22 

701 


1,700 „ 

Pacca arch masonry (archwork 2nd class 
burnt brick in lime mortar). 

32 0 

0 

• 2 

644 

... 

^,5S0 „ 

Katcha pacca masonry (2iid class burnt 
brick in clay) superstructure. 

17 12 

0 

12 

804 

• •• 

4,400 ., 

Katcha masonry (sun-dried hriek in clay)* 

6 0 

0 

22 

264 

.•« 

8,720 8. ft- 

Jail work e • • * • 

2 8 

0 

100 b. ft. 

93 


6,630 

Pacca plaster (plastering with lime 
mortar). 

3 8 

0 

22 

194 

tea 

12,800 „ 

Katcha plaster and gobri (plastering 
with mud and gobri leeping). 

1 0 

0 

22 

128 

... 

12,400 ,, 

Whitewashing, 3 coats • • • 

0 6 

0 

22 

47 


6,600 „ 

Colourwashing • • • « 

h 12 

0 

22 

98 

mmm 

46 „ 

Stonework (dressed quartzite) i 

1 8 

0 

c. ft. 

68 


760 „ 

Q-lazed doors and windows (2'' Peodar with 
sal wood frames). 

1 6 

0 

s. ft. 

998 


20 Mob. 

Sunshades (vary according to design. 
Our hood type costs about Rs. 4-8-0 
each sunshade). ’ 

4 8 

0 

each 

90 


20 „ 

Tie rods complete (including securing 
plates 8/8", bolts and nuts). 

2 12 

0 

2f 

40 


17*5 0. ft. 

Woodwork (say deodar) . • • 

2 12 

0 

c. ft* 

48 

... 

89‘12 owt. 

Rolled steel joists including hoisting and 
setting in. 

7 8 

0 

cwt. 

668 


4 Mob. 

Iron chimney covers • « • • 

1 0 

0 

each 

4 

«•« 

8 t. 

Iron drain daps . • . • . 

0 8 

0 

22 

2 


10 „ 

Hat pegs (brass) • ^ . • 

2 0 

0 

22 

20 


66 B. ft. 

J^ffre .with door • • • • 

0 8 

0 

s. ft. 

28 



Total • 



... 

6,222 


• 

Contingencies at 6 per cent. • 




313 

« *• 


Plinth area=3,620 cost per s. ft.a=: 

Rs. 1-I3.8r6. 

••• 



6,535 



M 
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Statement C. 

Ztsi of Miscellaneous items provided for in design A 832 hut not provided for in the Sui- 

Divisional Officer’s iungalow. 


1. PeiTo concrete lintels over doors and windows 

2, Fly proof shutters 

S. Tile skirtings .... 

4., Painting for doors and windows . 

5. Picture rails ..... 

6. Coke breeze bricks built into walls for fixing woodwork 

7. Cowl ventilators .... 

8. Cast iron air bricks iu W. C.-’s 

9. Finishing fireplaces .... 

10. Side table for pantry ... 

11. Steps to topmost roof 

12. Holdfasts and rings for chicks . 

IS. Masonry hot case in pantry . 

14. Curtain brackets .... 

15. Bain water spouts and pipes 

16. Stone slabs for rainwater to fall on . 

17. Tiled cills to windows • . . , 

18. Forming chases and cutting away for Sanitary work 


Total 


Bs. 

275 

80 

24 

69 

24 
48 

8 

6 

200 

8 

25 
6 

20 

19 

96 

8 

10 

64 

990 


No, 188-B. D., dated Simla, th6 19th October 1916. 

From— The Deputy Secretary to the Government of India, Public Works Depart- 
ment. - ^ 

To— Impi^rial Delhi Committee, Delhi. ' • , . , 

With reference to your letter* No. 1141, dated the 'l6th August 1916, 

• Pro., August 1915 , No. 88, A, file 86. directed to say that the' Government 

, . « ., . , ^ India, having oarefiilly considered 

fee designs for residences in class IV submitted therewith, have Mrived at the 
following conclusions with regard to them. It is observed that while many of 
the defects noticed in the designs previously submitted have been rectified,^the 
designs still fall short of the standard which the Government of India consider 
nw^sa^ for this claw, in regard to the absence of a hall, in the want of means 
of direct access to bedrooms without passing through other rooms, and in the 
absence of a porch or shelter of some kind at the entrance. 

, . the Government of India fully recognise the difficulty 

in providing amenities of this kind within the financii 
limits im^sed and at the same time providing for first class work and for a 
smtably high standard of finish, but they consider that those amenities 
wfiich are accepted as essential for • comfort must take precedence of other 
considerataoM and that in the lower classes of residence in which it is difficult 
finandal limits, the exercise of rigid economy in respect of 
aU Items which are not ab^lutely essential has been shown to be necesSiry in 
enable a suitable house to be provided. It is considered most desirable 
t^ the design for ^ classes from ISo. IV upwards, i^all provide an entrance ' 
h^^so arranged as to afford direct access to all the principal rooms, and also a 

-it ^ lower classes at any rate cannot be proTided 

without some reduction in cost in other duections less important, and mth this 

V - t Pro. No. 28 , infra. I am to forward for the cohsidera- 

- 1.1 ' . Committee a note 4 in which 

■ certain possible econ,omies are suggested. ~ 

64 ' ' 
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3. It is observed that the specidcatiou submitted by the Committee 
provides for foundation work in clay instead of in lime mortar. The Govern- 
ment of India consider that this portion of the work should be constructed in 

• Pro. No. 28, infra. mortar ; this is allowed for in the 

accompanying note. * 

4. I am to request that the Committee carefully consider these suggestions, 
especially those relating to the rates, and the method of estimating certain 
items and that the Government of India be furnished with a revised design 
and estimate on the lines indicated, if found practicable. 


Note on Class IV Residence, Dravoing A 760. . No* 28. 

The following suggestions are made for the consideration of the Imperial 
Delhi Committe. It is believed that sufidcient savings can be effected on the 
estimate amply to provide for a plinth area of about 4,800 square feet includ- 
ing a hall and a porch. 

It is needless to state that in the lower classes every item of cost must be 
carefully considered and that there is but little margin for anything but 
essentials j reasonable accommodation conveniently arranged must be the Tir>a^'» 
consideration. 

2. Mate for hatoha pacca hr^cTcworh. — ^With 2nd class bricks at Bs. 8-5 
per 1,000 and the facilities that exist for carriage, it should be readily possible, 
it is thought, to execute katcha pacca masonry at Bs. 18 to Bs. 19 per cent, 
up to a height of 4 feet, and superstructure should not cost more than Bs. 19 
to Bs. 20 per cent. There is no object in using 1st class bricks in'plastered 
work, if such is intended. 

It should be possible to effect a saving under this head of Bs. 2 per cent, 
if not 3 per cent, in the rate. 

Mate for brichworh in lime. — Ab all work is plastered, 2nd class bricks 
should be used, and the rate should not exceed, it is thought, Bs. 27 per cent. 

It is observed that these rates suggested are considerably in advance of those in 
the “ schedule ” ; the latter however are probably incorrect. 

8. Circular brick Assuming each pillar to contain about 15 c. ft. 

of masonry and 60 s, ft. of plaster, and allowing even rates of Bs. 40 and Bs. 5 
respectively, each pillar shpuld , not' cost more than Bs. 8 or Bs. 9 and a saving 
of Bs. 40 might, it is thought, easily be effected by estimating and pricing 
quantities. 

Brick cornices.— it is usually more economical to include the brickwork 
and the plastering under their respective headings ; where the moulding is 
simple, and moulded bricks are used, no increase in rate is necessary except 
possibly a small extra rate per r. ft. for plastering. 

Architrave moulding. — ^This might be omitted altogether in the lower 
houses, if necessary. 

4. CrittaVs doors and teindows. — ^These doors, including the'extra rate for 
better quality of glass work, work out^o Bs. 3 per s; ft. : the experience gained 
in the Lady Hardiiige Medical College, where it is believed aimilaT doors and 
windows are being employed, -will show whether the rate of Bs. 3 is reliable ; 
it is thought that they will probably cost more. , , , 

Windows. — ^The same remarks apply, the estimated rate being about 
Bs. 3-7-0 per s. ft. ' ® 

It is thought that sufficiently sa'tisfaotory doors and windows for a building 
of this class can be made of sal and teak for about Bs. 2 per a. ft. With jambs 
and lintels of masonry in hme, danger from wMtq ants is.n^ligible ; if seasoned 
wood is used, warping, etc., will ' not occur. By. the substitution suggested 
a saving of rather more than Bs. 250 could be effected under this head. 


t 
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6. JPa^mtTy cupbocoTd ^ — ^Tiiis miglifc wbII be reduced in size B*iid cost to 
E.S. 60, ejffecting a saving of B,s. 60. 

6. JFloorinff 3 inch time concvetB cctid incTi ccmewt concTCt&i estimated, 
at B-s. 24i per cent, square feet. With rates of its. 19 per cent, and Bs. 90 
per cent, respectively, it is thrmght that a rate of Bs. 18 per cent, square feet 
should he sufficient and a saving in rate of Bs. 6 per cent, square feet might 
he gained. 

7. 1-^ inch red stone slabs flooring over inch lime concrete, estimated at 
Bs. 27 per cent- square feet. Unless the slabs are surfaced they do not make a 
very good flooring. If cement concrete is substituted the cost would be reduced 
by about Bs. 8 per cent, square feet. 

8. Where cost has to be considered, the height of the main rooms might 
be reduced to 18 feet clear, the height of verandahs and verandah rooms to 
13 feet clear and the width of verandahs and verandah rooms to 9 feet clear ; 
it is roughly estimated that these reductions in height and width wotald result 
in a saving of not less than Bs. 700. 

9. The extra outlay in finishing “ fireplaces ” might readily, it is thought, 
be reduced from Bs. 300 to Bs. 150. 


10. By substituting pacca foundations in lime for katcha pacca, the 
provision of a damp-proof course could be omitted. 

11. It is thought that the appearance of sunshades would be improved by 
the omission of the concrete filling over them. 

12. The possible reductions suggested if feasible would be somewhat as 
follows : — 


t • 


(1) Reduction in rate for katcha pacca masonry 
bricks— 

using 

2nd 

class 

Rs. 

In foundations «•*•«» 



» 

100 

In superstructure • » . , • 

% • 

• 


180 

Reduction in rate for brickwork in lime 


• 

• 

150 

(2) Reduction in cost of verandah pillars . • 

m 

V 

• 

40 

Reduction in cost of architrave moulding • 

m 

• 


150 

Reduction in cost of brick cornices 


• 

« 

90 

(3) Omission of damp-proof course • • « 

• 

m 


185 


(4) Substituting^ sal and teak doors and windows for steel ditto 

(5) Reducing cost of pantry cupboard^ .... 

(6) Reduction in rate of concrete and cement flooring . . 

(7) Reduction in rate of flnisbing fireplaces ... 

(8) Substituting cement concrete for 1 ^" slabs . . 

(9) /Omitting concrete filling over sunshades ... 

,(10) Lowering height of main rooms to 18 feet clear ^ . 

(11) Lowering the height of verandahs and verandah rooms to 
13 feet clear 


2S0 

50 

160 

150 

90 

38 

360 

180 


(12) Reducing width of verandahs and verandah rooms to 9 feet 


clear ......... 2^0 

Total . 2,413 


T1 e ntit saving on the basis of the foregoing .figures would be Bs. 2,027. 

The plinth area of the .Committee’s design Ifo. A 760, allowing for the 
reduction of the width of the verandahs and verandah rooms, would be 4512*5 
square feet and the cost would be reduced to Bs. 14,818 resulting in a plinth 
area yate of Bs. 3-4-6* 5. 
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13. It is estimated that a porch, abqut 15' x 16' could he ooiistruotq.d for 
about Rs. 360, and that the substitution of brickwork in lime for brickwork in 
clay in the foundations up to 1 foot above floor level would cost about Rs. 390. 

It is believed that it is possible to design a class IV bungalow providing a 
hall, and giving direct access to all main rooms from it, and at the same time 
allowing for 6 main rooms of reasonable size, within a plinth area of 4,800 
square feet at a cost, including the two items noted above, of about Rs. 16,500 
or well within the Committee’s figure of Rs. 16,840. 


No. 1553, dated Delhi, the October 1915. No. 29. 

indorsement by the Secretary^ Imperial Delhi Committee. 

Copy, with a copy of the enclosure and the letter* replied to, forwarded 

* Pro., August 1915, No. 38, A, file 35. ^o the Chief Engineer, Delhi, for necessary 

action in continuation of the correspon- 
t Pro., August 1916, No 39(as), A, file 36. denoe ending with the endorsement t 

from this o£3.oe. No. 1169, dated the 18th August 1915. 


Memoranduhc No. 2779-W., dated Delhi, the S7th October 1915. No. 30« 

Prom — The Chief Engineer, Delhi. 

To — The Secretary, Imperial Delhi Committee, Delhi. 

I forward herewith plans and estimate for a class III bungalow on design 
A 883. The average cost of the class is Rs. -30,000 and the estimate now 
submitted amounts to Rs. 29,600. The pencil sketches for this design were 
discussed and approved in Simla during September. 


8th 


No. 1630, dated Delhi, the November 1915. 
Prom — The Secretary, Imperial Delhi Committee, Delhi. 


No. 31. 


To— The Chief Engineer, Delhi. 

With reference to your memomndumj 

J Pro. No. 30, sujpra. 


No. 2779-W., dated the 27th 
lOctobef 1916, forwarding 'design A 883 
and an estiifiate for a class HI bungalow 
I am directed to sa^ that, before submitting this design to the Government 
of India, the Imperial Delhi Committee will await some further designs for 

§Pro.,Novemheri9i5,No.2i,A.fiiei. III, which Were Considered and 

approved at the Committee meeting! held 
on the 4th November 1915. Mieanwhile the Committee authorize you with 
reference to tl^-e Secretary to the Government of India, Public Works Depart- 
ment’s demi-ofidoial letter|l No. 32-B. D., dated 28th October 1916, to put in 

hand one class III bungalow of design 
A 888L 


Unprinted K.-W. 


Memorandum No. 3890- W., dated Delhi, the 10th November 1915. 
Prom— The Chief Engineer, Delhi. 


No. 32. 


To — The Secretary, Imperial Delhi Committee, Delhi. 

I forward herewith design A 902 for class Plf Gazetted Officsefe* bungalow. 
This design is freon the sketch furnished unofficial^ by Mr. R^ Pv* Bussell. 

There is a thhd' design for this class which is now Being estimated for 
and which will be forwarded shortly, ^his was seen, discuss^ and appiPved 
at the meeting on the 8th instant. - ' ' . ^ 

' * ‘ 57 " ' 
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No. 33. Imperial Delhi Committee. 

* 

Works sanciaon Uo. 41 of 1915-16. 

Name of work — Constructing a bungalow on design A 883 for a class III 
Gazetted Officer. 

Major Head — 51 — ^Initial Expenditure on the Capital. 

Detailed beads of classification — ^D.^ — I (Jm) Other buildings. 

Amount of Estimate sanctioned Es. 29,600. 

G. E. DbMONTMOEENCY, 
Secretary, Imperial Delhi Gommittee. 


No. 1682, dated 28rd November 1915. 

Endorsement by the Secretary, Imperial Eelhi Committee. 

To the Chief Engineer, Delhi, with 
• Pro. No. so, swpra. reference to his Memorandum ♦ 

No. 2779- W"., dated 27th October 1916. 


No. 34. 


No. 1683, dated 23rd November 1915. 

Endorsement by the Secretary, Imperial Eelhi Committee.' 

Copy forwarded to ihe Audit Officer, DeUii. 

A copy of the abstract of the estimate will be supplied by the Chief Engi- 
neer, Delhi. 

Memorandam No. 2986-‘W,, dated Delhi, the 25th November 191 5. 

Prom — The Chief Engineer, Delhi. 

To — The Secretary, Imperj^l Delhi Committee. 

In continuation of my memorandumfNo. 2890-‘W'., dated the 10th Novem- 
T. w »o 1916, I forward herewith for consider- 

t rc. 0 . . »«yra, ation by the Government of India three 

more designs for class III residences. The cost of all the designs is within the 
limit and I recommend that the construction of one bungalow on fieedgn A 
899 be put in hand forthwith. 


No. 35. 


No. 1715, dated Delhi, the 29th November 1915. 

Prom — ^The Secretary, Imperial Delhi Committee, Delhi. 

To-— The Secretaiy to the Government of India, Public Worlra Department. 

In continuation of the correspondence resting with Mr. Hawkins’ letter J 
tPro.No.87.«.yra. 138-B.D., dated 19th October 1916, 1 

am directed to submit five type designs 
§ Not printed. with estimates§ for residences for officers of 

class in for the approval of the Government of India. ■ The average cost of 
resideuces for officers of this class which has been laid down by the Government 
of India is Bs. 30,000 and the designs now submitted come within this limit. 
The Committee consider that the accommodation which they offer will be consi- 
dered suitable for officers of this class. 

68 
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Type plans of residential bnildinss for officers in New Dellii. 


2. With reference to demi-official correspondence * which has tahen, place 

between the President, Imperial Delhi 
Committee, and the Hon’hle Mr. Hussell, 
the Chief Engineer has already been 
authorizedt to put in hand the construction of one residence of design A 883, 
and is now being instructed to construct one more''of design A 899. 

3. A list $ of the designs and estimates 
forwarded is attached. 


* Unprinted K.-W. 
f Pro. No. 33, supra. 


J Pro. No. infra. 


' Design A 90S. Uq. 36. 

Design A 902. Design and elevation of the bungalow. 

„ A 915. Site plan. * 

„ A 910. Koof plan. 

One estimate and specification amounting to Rs. 29,800. 

Design A 899. 

Design A 899. Design and elevation of the bungalow. 

One estimate and specification amounting to Rs. 29,500. 

Design A 860. 

Design A 860. Design and elevation of the buiigalow. 

One estimate and specification amounting to Rs. 29,800. 

Design A 881. 

Design A 881. Design and elevation of the bungalow. 

One estimate and specification amounting to Rs. 27,600. 

Design A 883. ^ , 

Design A 883. Design and elevation of the bungalow. 

„ A 816. „ of kitchen. 

„ A 884. Site plan. 

A 893. Roof plan. 

,, A 840. Servants’ latrines. 

„ A 897. Servants’ quarters. 

One estimate amounting to Rs. 29,600. 


Imperial Delhi Committee. ^ No. 37. 

Works sanction No. 42 of 1915-16. 

Name of work — Constructing a bungalow on dpsign A 899 for a class III 
Gazetted Officer. 

Major Head— 51 — Initial i^zpenditnre on die Capital. 

Detailed heads of classification — D. — {Hi) Other Buildings. 

Amount of Estimate sanctioned Rs. ^9,600. 

Gt.<e. dbMONTMORENCY, , 

Secretary f Imperial Delhi Qomurntt^. 
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No. 1716, dated 29tli November 1915. 

Endortsment by the Secretary, TmperidL Delhi Committee . 

To the Chief Engineer, Bell li, with refer- 
* Pro. No. 34, supra. ence to his Memorandum * No 29S6-W., 

dated 25th November 1915. 


No. 1717, dated 29tb November 1915. 

Endorsement by the Secretary, Imperial Delhi Committee. 

Copy forwarded to the Audit ODSLcer, Delhi. 

A copy of the abstract of the estimate will be supplied by the Chief Eho*i- 
neer, Delhi. , 


No. 38. Extract from tlie proceedings of tlie 94:th IVCeeting of the 
Imperial Delhi Committee held on 10th December 1915. 

2. Some suggestions in regard to alterations in design A 899 for a residence 
tTJnprinted K.-w. ail ofB-oer of class III received with 

_ _ , , Mr. Russeira demi-ofEiciai letter t No. 019- 

B., dated oOtli Noreiabar 1916, were considered by tba Oominittee* It was 
, resolved to prepare an amended design embodying the suggestioxus. ' It was 
decided not to proceed with the building of design A 883 at present. 


No* 39. dated Delhi, the 13th December 1916. 

Endorsement by the -Secretary, Imperial Delhi Committee. 

Copy ferwa^M to the Chief il^gineer, Delhi,, for information in con- 
jPro. No. 31 , swpra. tinuation of the letter J froha this ofBce 

§ Pr ,. No. 33, Sicpra. No. 1620, dated 8th November 1915, and 

^orfc sanction § No. 41 of 1916-16. 
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Eile 
No. 26. 


XtEALIGNMENI' OF THE PORTION OP THE AGRA-DELHI CHORD RAILWAY 
WHICH PASSES THROUGH THE SITE OF NEW DELHI. 


No. 166-M. D., dated Simla, the 2Srd November 1915. No. 40., 

From — The Deputy Secretary to the G-overaraent of India, Public Works Depart- 
ment. 

To — ^The President, Imperial Delhi Committee. 


In continnation of my letter* No. 94(-M.. D., dated the 16th August 1916, 
• Pro., August 1915, K5. u, A, Pile 28. I am directed -to forward the accompany- 

estimates of the Delhi Eeahgnment 
Survey of 1915, by 'Mr. J. 0. Highet, Executive Engineer, and to enquire 
whether the Imperial Delhi Committee consider 
therein suitable so. far as they affect the Committee, 
the estimate has been framed in two sections : — 


the proposals contained 
It will be observed that 


Section I aggregating about Es. 6 lakhs 
ne’rtr Delhi estimates. 


will be chargeable against the 


Section II aggregating about Es. 10|- lakhs will be debitable against 
the Eailway programme. 

A very early reply to this letter is requested. 


No. 1780, dated Delhi, the 10th December 191 5, 4'1. 

'Prom — The Secretary, Imperial Delhi Committee. 

To — The Secretary to the Government of India, Public Works Department. 


I am directed to refer to Mr. Hawkins’ letter^ No, 166-M. D., dated the 
tPro. No.40 November 1915. The Committee 

II TT • IT VB- consider the proposals contained in Mr. 

11 nprm ... Highet’s project report j] suitable as far 

as they affect the Comniittee. They note that the works contained in Section 
I of his estimates are estimated to cost Es. 6 lakhs Approximately and will 
he a charge against the new Delhi estimates- Mr. Highet on page* 17 of 
Part II of his report (Q-en^al charges) proiposes that the works contained in 
this section ^ould be carried out by the Chief Engineer of the Imperial Delhi 
Committee. The Committee see no objection to this proposal, though the 
provision hf the permanent- way at the rate calculated and the rate taken for 
girders are factors beyond their control. 

2. There are two other points to which the Committee desire to draw 
attention. On page 17 of Part 11 of his' report (Eoad Crossings) Mr. Highet 
gives details of the crossings to be provided. ‘The Committee notice that 
there is no provision for any crossing between the' underbridgjs at chain 
21,760 and the elliptical skew-arch bridge at the north-west end of the new 
Delhi etation. The Committee oonsider'that in the interests of the oommuni- 
oataoDS between the city axteimion area and the eastern portion of the new city 
£aea a foot-btidge should he jffovided near the south-eastern end of the new 
Delhi -railway station. / ^ 

On page 9 of Part 1 of Mr, Highet’s report mention is made of the 
desire of the Imperial Delhi Committee for certain alterations to he made in 
the southern end of the Great Indian Peninsula locomotive yard to admit of 
the passage of the main connecting road between the new city and the city 
extensions and pijesent city which is aligned from Eaisina Hill on the- Juma 
Masjid.^ This road forms lihe main feeder for traffic, from the old city of Delhi 
and the city extension area.^ In the interests of development the Committee 
are anxious that these alterations iu the southern end of the locomotive yard 
should be carried out if possible in the next financial year. . v. 
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INSTRUCTIONS FOR THE TREATMENT OF ESTIMATES DEALT WITH IN 
SECTIONS AND FOR THE SUPPLY OF PLANS TO THE GOVERNMENT OF 
INDIA FOR RECORD. 


No. 4:2. 


No. ZOSS-W., dated Delhi, the aSnd November 1915, 


From — The Chief Eng^ineer, Delhi. 

To — The Secretary, Imperial Delhi Committee. 


With reference to your endorsement* No. 1627, dated the 9th November 

*T 5 w v 1 Q 1 C -NT 1 ft A Bu fta 1915, Tegarding the plans of the Secre- 
•P»..N.«.b„m 6 ,n«,i 8 ,A, 8 l. 3 . Governiit Hoiree, 1 have 

the honour to inform you that it will he feasible to comply with the wishes of 
the Government of India and that plans as suggested will be submitted. 


File 
No. 34. 


No. 13. 


, No. 1741, dated Delhi, the 4th December 1915. 

From — The Secretary, Imperial Delhi Committee. 

To — The Secretary to the Government of India, Pnblic Works Department. 


t Pro,, tlovember 1915, No. 15, file 34. 


I am directed to refer to Mr. Hawkins’ letterf No. 162-B.D., dated 2nd 

November 1915. I am to explain that 
the Architects have been urged by the 
Committee to complete ait the earliest opportunity the 1-8 scale drawings of the 
Central buildings. It is hoped that in the case of the Secretariats Mr. Baker 
will hand over to the Committee in the present cold weather complete 1-8 
scale drawings of the whole building. The Committee would be glad to know 
whether, if complete 1-8 scale plans were submitted for the whole building at 
the earliest possible date followed at a later date by completion plans, these 
plans would fulfill the requirements of the Government of India. 


No. 44. ‘ No. 174-B.D., dated Simla, the 10th December 1915. 

From — The Deputy Secretary to liie Government of India, Public Works Depart, 
ment. , 

To — The President, Imperial Delhi Committee. , 

In reply to your letter^ No. 1741, dated the 4th December 1916, 1 am 

directed to say that the requirements of 
the Govermnint of India would be met 
if complete 1-8 scale plans of the Central buildings in new Delhi are submitted 
to this Department as soon as ready, and followed at a later date by comple- 
tion plans. 


No. 45. 


No. 1798’ dated Delhi, the 14th December 1916. 

indorsement by the Secretary, Imperial ielUi Committee. 

Copy, wit]^ a cop^ of the Imperial Delhi Committee letter§ No. 1741, dated 
§Pro.No.43,»wj)m. 4th December 1916, replied to, forward- 

llPro. Mo. 42 , mpra. Chief Engineer, Delhi, for in- 

formation and guidance with reference to the correspondence resting with his 
letter]! No. 2968-W., dated 22nd November 1915. 



Pile 
3^0. 4&. 
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PBSLinXINARV EXPENSES IN CONNECTION WITH THE LIGHTING OF THE 

inXPEBIAL SECRETARIATS. 


Memorandttm No. 3038-W., dated Delhi, the 29th November 1915. No. 46* 

Prom — ^.The Chief Engineer, Delhi. 

To — The Secretary, Imperial Delhi Committee. 

T forward herewith fdr sanctioii an estimate* amounting to Es. 2,924 for 
* Not printed, preliminary expenses for wall tubes and 

boxes for leading 'electrio wires through 
walls in the Imperial Secretariat. It will sare a lot of trouble and expense if 
the work is carried out along with i:he construction of the building. Veiy early 
sanction is therefore requested. 

The expenditure is debitable to the provision of Es. 3 lakhs allocated for 
lighting the Secretariat. 

» No. 1802, dated Delhi, the l5th December 1915. No* 4T« 

Prom — The Secretary, Imperial Delhi Committee. 

To — The Secretary to the Government of India, Public Works Department. 

I am directed by the Imperial Delhi Committee to submit a copy of a Memo- 
+ Pro. No. 46 , supra. randnm t from the Chief Engineer No. 

. 3028-W., dated 29th Novemhet 1916, with 

t Not pnnte . which he forwards an estimate % amount- 

ing to Es. 2,92^ for preliminary expenses in connection with’ the lighting of 
4he Imperial Secretariat. I am to ask that very early sanction may he accorded- 
to the estimate. The usual allocation statemen-f § is attached. It is expected 

§Pro.No. 48 .,Vra. reinmning provision under the 

sub-head lighting will suffice to meet 

requirements. 
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CONSTRUCTION OF THE CENTRAL COLUMN IN THE VICEROV’S COURT 

me 

No. 22. ^ — 


Memqrandum No. SOTO-W., dated Delh’, the December 1915. 

From — The Chief Engineer, Delhi. 

To — The Secretary, Imperial Delhi Committee. 


No. 49. 


With reference to my memorandum* No. 2516-W , dated the 29fch Septem- 

*Pro. October 1916 , JTo. 4. A, file 22. . ^ communioated the rcsult of 

the pricing of the column to Mr. Lutyens 
and he replied that he was advised that if the scale were reduced by i^eth the 
figures would come within the limit. 

The quantities were recalculated and including contingencies the figure 
now arrived at amounts in round figures to Rs. 1,74,000'. This includes a lump 
sum provision of £1,000 or Rs. 15,000 for the Lotus and the Star ; whether this 
is sufficient or not remains to be seen. I have therefore provided a sum of 
Rs. 16,000 for unforeseen to cover excess on this and other items. 


2. Mr. Lutyens contemplates sculptured work on two panels of the pedes- 
tal. The cost of tliis on the advice of Sir Thomas Brook he places roughly at 
Rs. 300 per panel. Without further details of this I am unable to offer any 
opinion as to whether we shall be able to meet it within the above figures or 
not. If not, it may be omitted for the time being. 

3. T have included Rs. 9^600 being fees at 6 per cent, on Rs. 1,90,000. 


No. 1793, dated Delhi, the 13th December 1915. 

From — ^The Secretary, Imperial Delhi Committee. 

To — The Secretary to the Government of India, Public Works Department- 


No. 50. 


I am directed to refpr to letterf No. 42-B.D., dated the 19th March 1915, 

tPro. March 1916, No. 22, A, Pile 22. froiu the Deputy Secr^rv to the Govern- 

ment of India, Public Works Department, 
and to forward an estimate} amounting to Rs. 2,00,000, two photographs} of per- 
iNot printed. speotives and t WO plans} relating to a design 

for the central column of the ' Viceroy’s 
Court. The designs were prepared by Mr. Lutyens during the summer and 
were brought out to India by his assistant at the beginning of September. 
When the design was priced by the Chief Engineer the cost, including Archi- 
tect’s fees, worked out to Rs. 2-7 lakhs. Mr. Lutyens was asked to reduce dimen- 
sions in order to keep within the figure of cost. He has intimated that a reduc- 
tion of scale by j^th may be adopted. The quantities have been recalculated 
accordingly. The figures work out to Rs. 1,74,000 approximately.’ This in- 
cludes a lump provision of Rs. 16,000 for the Lotus and Star ; but there is ^ome 
uncertainty as to whether the provision for these two items is sufficifenf and 
Rs. 16,000 has been added to cover unforeseen charges and excesses on thin and 
other items. Mr. Lutyens contemplates sculptured work on the panels of the 
pedestal. ' The cost of this, on tbe advice’ of Sir Thomas Brock, he places 
roughly at Rs. 300 per ]^anel. The Committee are unable to say whether thin 
provision . will be sufficient. Rs. 9,500 have been included for Architect’s fees 
at the rate of 6 per cent, on Rs. 1,90,000. 

2. In ■ commenting on the work of the Architects of the Central buildings, 
tbe chief concern of the Committee is to secure that designs are appropriate in 
arrangement for the use to whibh Government wish to put them and that 
accommodation .required is conveniently provided. In the present case no 
such issues are involved, and the Committee feel that the aestheticAappro-* 
priateness of an ornamental feature of this nature, is a question ^hioh should 
be left entirely to the Architect. The Committee have however considered 


aK 
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Constraction of* tlie centra;! column in the Vicero^r's Court* 

— — 

it their duty to point out to. Mr. liutyens that the six pointed star offers 
a cruciforin appearance ftom inany points of view and is to this extent 
liable to objection- They have asked him to study a termination in a five 
pointed star which will not present an appearance liable to the same construc- 
tion- They recommend that the design should be accepted by the Government 
of India subject to this condition. 
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REPORT OF EXPENDITURE UNDER SUB-HEAD D-IX.— MISCELLANEOUS. 


File 
No. 46. 


No. 1823, dated Delhi, the I8th December 1915. 

From — The Secretary, Imperial Delhi Committee, Delhi. 

To — The Secretary to the Government of India, Public Works Department. 


No. 51. 


I am directed by the* Imperial Delhi Committee to submit the rdport 
4. T. liT QO » m ..o projhised iu paragraph 18 of the Progress 

*Pro., October 1915, No. 32, A, 61e 42. ist* <? in ^ ^ g\-i a ^ t- 

Report^ for tUie year 1914-16, regarding 
the present state of the expenditure under D-IX. — Miscellaneous. The two 
main points for discussion are ; — 


(1) The extesnt to which the expenditure under D-IX can be debited to 

the City Extension, and 

(2) The actual and probable expenditure on estimates already sanc- 

tioned and the probable demands of the future. 


fPro., J^anuary 1914, No. 29, A, file 5. 
t Pro., July 1914, No. 34, A, file 24 


2. The proyision for D-IX. — Miscellaneous in the Project Estimatef as 

framed by the Committee amounted 
to B.S. 63,21,600. The Government of 
India in revising the Pirojeot Estimate^ 

^ omitted BiS. 1 lakh from the provision for 

service roads and also cut out the reserve of Rs. 3 lakhs. The balance remaining, 
Ks. 49,21,600, was treated as divisible between the New City and the City 
Extension. Rs 3 lakhs had been specifically provided for the preparation of 
the site of the City Extension and a further sum of Rs. 3,39,408 was calculated 
to be the share of the City Extension on a percentage basis in the Miscellaneous 
expenditure generally. The pro-vision, therefore, for the New City alone stood 
finally at Rs. 42,82,092. 

3. When the Committee endeavoured to revise' the Project Estimate by 
sub-heads, it became necessary to distribute the final deduction of Rs. 3,39,408 
over sUb-heads, and this it was found impossible to do except in a purely 
arbitrary way. The gross provision for the New City and City Extension 
together stood as follows : — 

Es. 


A — Sm’vey and Preliminary . . . . ’ . . . 57,996 

B — Preparation of site . ■* . . % ■ . . 20,16,^95, 

C— Experiments and Models ...... 61-g617 

D — Service Eoads . . . . . . . ' . 7,86,659 

E — ^Water supply and other general services . . . 11,04,621 

F — Medical and Sanitary . . . . . . . ' 82,215 

G — Miscellaneous , . . . . . . , 8,lb,0i9 


Total . 49,21,500 


In the case of B, Preparation of the site, the specific provision of Rs. 3 lakhs 
having first been dediicted, it was impossible to make any further deduction on 
aoco-unt of the City Extension, the whole of the balance being properly 
debitable to the New City. Similarly no provision had been made for service 
roads in the City Extension, apd the entire provision under sub-head D was • 
in-tended for such roadi^ in the new City alone. It may he safely assumed 
that, as soon as any roads are constructed in the City Extension area, they will 
he charged at once to the estimates for that scheme or to a suspense head and 
will at no time appear under “ 51.” ; 

4. The. grea^ hulk of the expenditure under A. — Survey aud ' Preliminary, 
is fairly di-visihle between the New City dnd the City Extension on a percentage - 
basis. On the other hand the great hulk of the expenditure under 0, — Experi- 
inents and Models, is debitable to the New City alone. The outlay under these 
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two sub -heads is about the same, and it will simplify matters a great deal if the 
whole expenditure under A is treated as divisible and the whole of the expendi- 
ture under O as belonging exclusively to the. New City. In the case of the 
third minor sub-head S’. — Medical and Sanitary arrangements, no share can 
properly be allocated to the City Extension. The coolies employed in the City 
Extension a,vesk will be nearer to the hospitals in the City than to the Com- 
mittee’s dispensaries and will derive no benefit from the latter. Any temporary 
conservancy arrangements that may be required will be separately provided and 
debited at once to the City Extension estimates. 


.43. Theire remain two important sub-heads- Of these, sub-head E contains 
provision for the temporary water works, the temporary electric power system 
and the Imperial Delhi Committee Railway. It is difficult to say how far 
these general services will be utilized in connection with the City Extension 
works, but it is possible that some of the materials for the sanitaTry schemes 
will be conveyed ‘over the Committee’s, broad gauge siding to Barakhamba, and 
that the temporary water supply and the temporary electric supply may be 
used for certain purposes. But in all. these cases the City Extension cannot 
in equity be called on to pay except for services actually rendered, and a 
division of the capital expenditure for these purposes on a percentage basis 
would operate unfairly. The City Extension scheme cannot, for instance, 
be debited with any share of the expenditure incurred on the Committee’s 
2' 6" gauge construction line, nor of the cost of the distribution pipes for water 
in the New City area, nor, of the electric distribution system beyond the point 
where th^ current would be diverted into the City Extension area. Even 
when iterns of this 'kind have been eliminated, it is not likely that the benefit 
derived from these services by the City Extension scheme will be commensu- 
rate with the share in the post which would be arrived at on a percentage 
basis The fairest arrangement would be that the City Extension should be 
charged only for the water and current actually supplied and for the transport 
of articles actually carried. Rates have been fixed for the transport of goods 
over the Imperial Delhi Committee Railway and for the supply of water and 
electric power to works. The sums charged to works are taken in reduction 
of the annual maintenance Estimates for these purposes which are sanctioned 
under B-X. The rates are calculated so as to cover the anunal working ex- 
penses of the schemes, but not interest or depreciation on the capital expended. 
In the case of City Extension works it would be possible to fix a somewhat 
higher rate in each case so as to include interest and depreciation on so much 
of the capital expenditure as appeared fairly divisible. The calculation would 
of course be approximate oioly. The result of this method of adjustment would 
be that the credit to “61 ” would appear as a reduction of expenditure under 
D-X — Maintenance instead- of under D-IX — Miscellaneous or D-VII — Tools 
and Plant, but so long as the City Extension, bears its fair share of the charges 
involved, it is of little importance under what head the adjustment is made. 


6. Einally there is the sub-head G — Miscellaneous, about which no general 
*Pto. No. 62 , statements can Be made. A list* is an- 

nexed of the estimates which might possib- 
ly be divided oh a percentage basis. The figure shown against each item is the 
actual expenditure or the probable expenditure expected. It wiU be seen that 
the total cost of the ^major works is Rs. 97,963 and of the minor works 
Rs. 19,61 2- The equity of debiting any share of some of these estimates to 
the City Extension is open to doubt, e g., the expenditure on Camps at 
Raisina, but it has been thought best to include such doubtful oases. The 
City Extension slLSire in tliese items, liowever calculated, can hardly exceed one^ 
fifteenth of the total. The debit to the City Extension for major works would 
therefore be about Rs. 6,600 and for minor works about Rs. 1,300. It seems 
l^^^dly worth while in the latter case to trouble abouj/ so small an adjustment, 
and the Committee therefore propose that the minor works should be left out 

pf account altogether. Thp cost of' the major works plight be divided^ whon 

' 
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tlae accounts for the New Oity are jfinally closed, in the proportion which the 
total expenditure on the Oity Extension^ bears to the total expenditure on the 
New Oity excluding Tools and Plant and Maintenance in both oases. Should 
the Oommittee hereafter sanction any major work under D-IX, the cost of 
which appears to be divisible between the New Oity and the Oity Extension 
they will, when sanctioning the work, inform the Audit Officer that it is so 
.divisible. 

# 

7. It will be seen therefore that the debits which can be made to the Oity 
Extension in respect of the expenditure under D-IX will be quite small in 
amount. The divisible amount up to date is as follows : — 

Its. 

SuL-head A 

Sub -head G- 97,963 ■ 


Total . 1,53,14-4. 


If one-fifteenth be provisionally assumed as the Oity Extension share the 
probable debit is a little over Rs. 10,000. The Oommittee understand that the 
Oovernment of India would have preferred an arrangement by which the Oity 
Extension share in the divisible estimates would be debited month by month 
to a suspense head, so that the final debit to “ 61 ” would appear at once from 
the monthly accounts. There are, however, two difficulties In the first place 
it is difficult, on the materials at present - available, to estimate with even 
approximate accuracy the proportion which the City Extension expenditure 
will ultimately bear to the expenditure on the New Oity, and in the- second 
place the procedure proposed involves a good deSl of work in the Audit Office 
in adjusting debits all of which may ultimately prove to be erroneous. Eor 
these reasons the Oommittee recommend that the adjustments should be made 
once for all when the accounts for the new Capital are closed. If, however, 
when the estimate for the sanitary schemes are ready and a revised scheme for 
the City Extension can be prepared, the Government of India prefer to fix 
finally the proportion debitable to the Oity Extension, the Committee see nq 
objection to making the adjustments pnce tor all. 

8. There still remains the question how the project provision should be 
.distributed by sub-heads in the appendices to the annual Progress Reports. If 
the total of the sub-heads is to equal the net project provision of Rs. 42,82,092: 
the reallocation can only be made arbitrarily. The Oommittee suggest the 
following allocation which is based in the main on the probable expenditure on 
estimates already sanctioned, but retains the ori^nal provision for B — Prenara- 
tion of the site, and E — Water supply and other* general services. The oppor- 
tunity has been taken to round off the provision for all sub-heads except G- 
— Miscellaneous : — ^ 


A — Survey and PreKminary . , 

B — ^Preparation of site ... 

‘ C — Experiments and models . . 

D — Service roads . . , - . 

E— Water supply and other general services 
E — ^Medical and Sanitary , . ■ , 

G — Miscellaneous , . , , , 


Bs. 

61,000 

17.15.000 
62,000 

5,70,000 

11 . 06.000 
52,000 

7,37,092 


Total 


42,82,092 


9. Ihe Committee would now turn to the second poiht mentioned in 
paragraph 1 above, viz., the actual and probable expenditure on estimates 
already sanctioned and the probable demands of the future. A state- 
*Pro. ^o. 53 , inji-a. meut * is annexed summarizing the esti- 

mates sanctioued up to date under esiioh 

m 



Pakt a ] PKOGS. OP THE IMPERIAL DELHI COMMITTEE, DEC. 1915. 


Report of expenditure under sub-Head D-IX.-Miscellaueous. 


1 Completion Reports have been received the actual exnendi 

on ^timates aggregating Es. 14,81,709 a net sa-rfng of’^Es^l^ S 4 60 l“iL^“b?m 

Es. 30,96,471 a net sating of*^ 77^46 

expected io' be ^.^l^gtissTAtast’S 42 sl oS?‘« "’T'*’' « 

Ttere is boweter the certainty of a .Se^t idWmately SSn“1h?3ftv :eS?‘°“- 
which may amount to Rs. 10,000. It will be seen thfir^^vA 
Committee have no power to sanction an excdss over^* main head^tbt?^^^® 
of sanctioning further estimates under D-IX are es-L^SSl tI-’ 

Tenient to review the expenditure undS eaohluS^d 

— Snrvey and Preliminary and C — Experiments and IVTndoTc 
there i aUlll sJ’45‘Lder°’icfortKm*‘2d as 

more will have to he spent it if liLlt f i, expected that much 

within the gross projectVoVision.^ ^^ that the ultimate expenditure wiU he 

11 * E — Preparation of site. 

expen ditme pn*thre?timat?s aLeady ^sanctifL^d 6^80 

pr^^Sh w£f 5 m?®tha^ *? complete the 

ultimately in the case of this sub-head. This excess of Rs. 2,66,000 

increased cost of preparing the site in the vicinity of^heVentmf^^S 

order to meet the views of the Archit<»nf«i «=, +.rv^*+ ^ ^ x t^®^tral Buildings in 

of the design of the ofufcil Oh^W I*® treatment. The aJterSion 

lahh. Ko 

•r.de Pro., July 1914, No. 83, A, file 24. V 1.3 decided* that the additional area 

12. D-Servioe roads. moluded in the layout. 

sion.r?eSrK.tj.00tr^’'^tt“S?'^^ » P-vi- 

service rpads may possibly be reauired hufi ^ more temporary 

uot be l^ge. on these wi5, 

Id. E— Water supply and other general services 
estin^es'Sr^dy “ o^Pootod on the 

terhporary water supply, ibe rernati^is^rrot^^toUtesTn retiS^" 
tPro.,. January 1914. No. 29. A, file 6 . ^ents for which ^no provision was ^ade 

to Rs. 21 , 000 . future requirements^e dlffifiiirfi amount 

to be heavy. . 4 ^ements are difficult to forecast but are not likely 

A^' Sanitary. 

a balance pf ahouf Rs. ^3o!(300^re^fi^ sanctioned 
. Euture requirements must depend largelv on Project provision, 

break of epidemic disease has to be fac^ ^ On ^ serious out- 

there may be a smaU excess vdtoSv iSde, Committee think 

Project provision. : umimateiy under this sub-head over the gross 

16. G — ^Miscellaneous. 

Rs. 'W367^|inst®i^?gfosf^roi?ct ™ ‘ia*® j® 

of Rs. 30,000 for constructing mSh?n?f2T 4 . ^ 8,13,019. The provision 

A saving of Rs. 68,000 is expectedfm required.-, 

and a saving of Rs. 1,40,000 on thf c^f o?‘thl^?f boundaries 

the other hand the provision for coply iLffand^h^dd'®^^'^^^ Eailway. On 
. 70 ^ shedding on works has proved 
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inadequate* the prohahle excess in the former case being about Hs. 37,000 and 
the latter case about Rs. 41,000. These excesses arise out of estimates already 
sanctioned. In addition, unforeseen requirements of various kinds have al- 
ready absorbed about B.S. 66,000. Future demands cannot be estimated with 
any accuracy, but it is already known that nearly Rs. 75,000 will be needed 
for shedding for the stone dressing machinery, and also there will be a number 
of small miscellaneous demands which cannot be foreseen but which equally 
cannot be avoided. It would not be safe, the Committee think, to estimate the 
amount of these at less than Rs. I* 5 lakhs. 

16. The probable future demands under . D-IX may therefore be sum- 
marized as follows ; — 


Es. 

B — Preparation of tke site . . . . . . . 3,00,000 

E — Medical and Sanitary (say) . . . ^ . 40,000 

G-— Miscellaneons ........ . ^,25,000 

Other sub-heads (say) . . . . . . . 35,000 


Total . 6,00,000 


It appears probable, therefore, that the eventual outlay under this head 
will be about Rs. 49 lakhs. .The Committee were aware, when they submitted 

. is, = the Proiect Estimate* for sanction, that 

. unforeseen demands of various kinds 

would arise during the progress of the work, most of them of a petty character, 
and it was for this "reason that a reserve of Rs. 3 lakhs was proposed. This 
provision, however,, has been absorbed in' the general reserve of one million 
sterling. IJp till now these unforeseen demands have been set off against 
the known savings under the same head but, as explained above, this process 
can be carried no further. It is not possible for the Committee to set off 
savings under other heads, first because no such savings have yet been suflB.- 
ciently ascertained, and second because the excess over the total provision 
under R-IX itself requires the sanction of the Government of India. The total 
outlay under R-IX will not, the Committee think, exceed the net Project" 
provision plus the Reserve of 3 lakhs plus the sum* transferred to the City 
Extension scheme which canpot in fact be so transferred. 

17. The Committee are anxious that very early • sanction shofild be given 
ixr i • * ;. -iT, ■ T> = to the estimatef (already referred to) 

t Not printed With these Proceedinffs. - ,• . ^ >-9 

amounting to nearly Us. 76, 000 for tixe 
shedding needed for the stone dreasing plant which had been indented for from 
England. It is desirable that part of the work should be put iu hand at once, 
and the Committee would therefore he glad to receive the necessary authority 
to proceed with it. They -would also ask for a further allocation from the 
reserve of Rs. 3' 6 lakhs which will cover the additional cost of the preparation 
of the site, and will provide about Rs. 50,000 to cover the small unforeseen 
demands which from time to time arise. The Ultimate excess in the case of 
R-IX must, the Committee think, exceed the ten per cent, limit with which 
T. . » »T Kn A .Cl o.. the Secretary of State has empowered the 

Pros August 1914, No. 50, A, file 24. ^ aT t t a 

Governmeiat of India ' to sanction excesses 
over main heads. The allocation now asked for is' within that li mi t and will 
meet the needs of the immediate 'future. As the final result depends entirely 
on the extent of the small unforeseen demands, the amount of which can at 
present be only conjectured, it .will be for the Government of India to decide 
whether any immediate reference to the Secretary 6f State is required. The 
Committee recognize that strict economy should be exercised in the matter 
of such min^ works, and while the great majority of them will be within the 
powers aboifi to he delegated to the Superintending Engineers, they will retain 
their own control by fixing annual budget allotments within which the tJele-« 
gated powers will he exercised. . ... 

‘ ' n 
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No. 52. 


Report of esrpenditure under sub-head D-IX — MisceHaneous* 


Ivo. 1853, dated the 24th December 1915. 
JEndorsemeni by the Secretary^ Imperial Delhi Committee^ 
Copy forwarded to the Chief Engineer, Delhi, for information. 


List of estimates sanctioned niider sub -head G — Miscellaneous which 
might be divided between the New City and the City Exitension. 


Ks. 

Sheds for steam rollers^ and quarters for staff] , . , * 7,295 

Erection of camps at Raisina, 1918-14 k . • . • 40,085 

Erection of repair shop machinery 4 . . • 17,910 

Erection of camps at Raisina, 1914-15 . • . . . 25,896 

Providing permanent boundary pillars for the new Capital . 6,777 


Total of Major Works 


Demarcation of the new City area .... 

Fire hose for Raisina office ..... 

Shed for steam road rollers • • • • • 

Providing electric fans in the Land Acquisition office 
Coal store of road rollers • . . . . 

Office for III Division at Barakhamba 

Tents for Superintendent, Imperial Delhi Committee office 

Watchmen^s shed, Raisina office 

Retiring room with kitchen and bath room for officers of III and 
Electrical Divisions at Barakhamba . • • • 

Shelves in the Audit Office Treasury room at Raisina 

Installation of , electric light in offices connected with III Divi- 
^ sion^ » . • « • . • 


Office fox Assistant Electrical Engineer at Barakhamba . 

Sound-proof ceiling in Superintending Engineer's office room at 
Itaxsma . . • • . ■ . 

Shelves in Audit Office . . . . ' . 

Providing a doorway between rooms 30 and 31 in the Raiffina 
office • ' . • • « . • • • 

Making door openings between certain rooms in the Raisina 
office • « « • I'm 

Providing ceilings in rooms 12 and 35 of the Raisina office • 

Providing accommodation for the chaukidars and "sweepers of 
the Rai^a office . , . • # . 

Fencing camps at Raisina and providing wire gauze doors to 
kitchens ..... . . • . 


Total of Minor Works 


97,963 

— — ,t,., 

2,090 

159 

4,610 

1,107 

2,223 

2,162 

123 

269 

947 
289, 

948 
8,150 

,115 

,552 

62 

27 

163 

287 

489 

I9,6i2 


72 ^ 
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CONSTRUCTION OF THE FOUNDATIONS OP GOVERNMENT HOUSE. 


NOc 54* D., dated Simla, the 16th December 1915. 

From— J. E. Lacey, Esq., I.S-0., Assistant Secretary to the Government of India, 
Public Works Department. 

To — The President, Imperial Delhi Committee. 

With reference to yonr letter ^ No. iTSi, dated the 2nd December 1915, 

*!> T, T, -.oiK -XT O * fli 0. ^ directed to say that the Goyern- 

ro, eoem er , o. , e . ment of India sanction the estimate 

suhinitted therewith, amounting to Rs. 99,190 for the foundations in the 
North-East and North-West quarters of Government House in the new 
t Pro. December 1916, No. 2, A., file 24 , Delhi, and to add that the revised alloca- 
" ’ ' . tion statement promised in paragraph 4t 

of your letter t is awaited. 

No. 55.; - December 1915. 

, indorsement hy the Secretary, Imperial Delhi Committee. 

Copy, with a copy of the Imperial Delhi Committee letterf No. 1734, 
J Pro. December 1916, No. 2, A.. -file 24. 

to, forwarded to the Chief Engineer, Delhi, 
§ Pro, December 1916, No. 1, A., file 24. for information, with reference to his 

memorandum § No. 2888- W., dated the 
10th November 1916. 

2. Copy forwarded to the Audit Officer, Delhi, for information. 


EUe 
No. 24. 
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PROCBSOINGS OF THE MEETINGS OF THE IMPERIAL DELHI COMMITTEE. 


Proceedings of the 94;th meeting of the imperiOil Delhi No* 56. 
Committee held at Raisina on 10th December 1915. 

I 

JPreaent ; — 

The BLon’ble Mr. W. M. Haiiex, O.S.I., O.I.E., I.O.S., \ ^ , . 

Chief Commissioner, Delhi. . | 

Mr. H. T. EbeIiING, C.S.I., Chief Engineer, Delhi. . _ ' 

Mr. G. Rainy, I.C.S , Einancial Member. 

Mr. W. H. Nicholls, Architect Member. 

Mr. G. E. deMonxmorbnoy, C.I.E., I.C.S., Secretary. 


^ Pro, December I9l5, Ko ,10, A, file 1. 


1. The proceeding* of the 93rd meeting 
were confirmed. 

2. Some suggestions in regard to alterations in design A-899 for a residence 

TT • * j XT w " 3'’^ officer- of class III received 

t nprin e . . -with Mr. Russell’s demi-official letterf 

No. 019-B. D , dated 30th November 1915, were* considered by the Committee. 
It was resolved to prepare an amended design embodying the suggestions. It 
was decided not to proceed with the building of -design A- 883 at present. 

3. A retumj of minor works sanctioned by the Superintending Engineer* 

..., .. II Circle, in the month of November 

^ 1915 was examined by tbe Committee and 

recorded. 

, 4. A return§ of minor works sanctioned by the Superintendent of Works* 
ST* n u ,o,K w Qo n oo. I Circle, during the month of November 

§ Pro. December 1915, No. 30, B, file 294. - ^ , 

1915 was examined oy the Committee 

and recorded. 

5. Considered letterf] No. 1342- A., dated 27th November 1916, from the 

Chief Engineer, forwarding his progress 
report^ . under head 61 . for the period 
ending 31st October 1915. Resolved that 

the report be recorded. , ■ 

6. / Considered letter** No. 170-M. D., dated 29th November 1915, from the 

Deputy Secretary!" to the Government 
of India, Public Works Department. 

Resolved that sanction be issued to the following estimates — ,, ' 

(*) Eor providing a water-supply to the 16 European clerks’ quarters in 
block No. Ill and the 6 officers’ bungalows in block No. 29, 
amounting to Rs. 6,429. 

(U) Eor providing a Water-supply to the Indian clerks’ quarters in 
block Nos. 94 to 99 amounting to Rs. I4,626. 

' 7. Considered a letterf t from the Architects of the Central biddings, claim- • 

' „ - .. X, iRg allowances for the period of their 

^ < stay m Egypt from 11th November till 

20th November. Resolved that the Architects be informed that the claim 
does not appear to be justified by clause 29 of their agreement with the Secre- 
tary of State, and that in the absence of any information regardin'g the reasons 
for the visit to Egypt the Committee are unable to entertain the^jlaim. 

8. Considered a memorandumtt l^o. 3070-W., dated 3rd December 1915, 
*+Tj Tx V XT .,1 oo from the Chief Engineer forwarding 

IJ Pro. December i915. No. 49, A, file 22. ^ at * ■ a i! ax. a«. t 

an estimate of the cost of the Central 
C61umn in the Viceroy’s Court. Resolved • that the estimate and plans be 
submitted to the Government of India. 


jl Not printed with these proceedings, 
^ Pro. No. 57 infra. 


Pro, December 1915, No. 26, B, file 208. 
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34 Construction of [new Canton- 64,000 
ment Boad (October 1915). 
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67 Constniotion of Bari*Barauli 

Eailway. Eg. 

B-TII , 4i300 

D-IX . 1,12,700 



68 FuToliase of tramway track'aad 1,23,000 22,164 »>• . 49,679 66,084 ... 1,04^663 1,26,817 

Upping wagons. 


PROGS; OF THE IMPERIAL DELHI COMMITTEE, DEC. 1916. [ Part A 



OS 0!1 CO '^31 ^ 

VO CO CO CO 


CO 

CO 


89 












DiKtii Di^sioS— 

Pfeffmi-Bepofi-fof ili6 monik^evMwg 8hi (kioier 1915— contd. 


Part A ] PROGS. OF THE IMPERIAL DELHI COMMITTEE, DEC. 1919. 



00 


Total V.— Project BiyiaSon ■ . „• ... 4620 



VI.— Ptojeot DJvisi 


|»|lOGS. QF T|IE IMPFIJ^I^LL flELHI CQIVEMITTEE, PEC. 1915. [ Past A. 





•e 

^ 0 

= 

; : 

: 

43,172 

18,025 

2 , 00,268 

34,400 

69,639 

• 69,621 

63,798 

4l9;m 

: 

GCk 

CO 

CO 

OH 

CO 

CO 

CO 

od* 

CO 

of 

324 

121 

' 628 

276 

4,817 

4,813 

1,223 

49,374 

(^.- 44 , 148 ) 

« s 

t— T"^ 
CO '* 3 ' 

* -O 

»o 

s 

g 

CM 

: : : : : • : - : : 

: 




o 

: : : ; - - - 

2 : : : *o : 

CO (■ 

1 “ 

05 

kcT 

00 

a 

— <?« 

■ g§; 

OH 
. oo 

^ 

ocT 

1 -H 

~ - g §5 3 , s i is" 

■ ^ 

if 

1 : 


o 

1 <=Q 

Ipo 

*Oo^ 

Ss 

SSJ 

• ♦♦•5 I* • » 

• ♦ • • 

' 


'i 

i 

1 ' 

if ii' iS" is' ii" ss" 

Ss** tssTocT = • 

-.S »*H - . ■« , : 

s & a. a ■ a ' a a * 



8 

«o^ 

wd' 

(M 1 

i 

: 

“22 CO ^ ^ 

5S fS S ^ ^ 

© 1 ^ xo 

oa» CH CO <*r of 

<?H OH CO *>. 

00 0 

CO cs> 

00 

•— t CO” 

' 

“t>* CO 

0 CO 

1—4 »0 

is" 8 's 

*4. 53 

S Si 



C9 

t2 cc5 

§ 

S 



s 

^ os' 

® S 

V 

0 

1 

J 

m 

05 
r— 1 

0 r— 4 

«*SF 

“i 

0 

ao 

’S 


Si4 

ll ■ 

S.S 

n-j -*3 

‘t 

S- 

3 

0 

C) 

3 

*0 

2 S 

^ i 

1j 

-ae^ 

&S . 

(3^ 

*-5 

5 

1 

«dk.» 

I- 

•s^'. 

Purchase 

machine 



Pi 


eS -*3 


sg* 

.as 

pi nd 
P-f 


8 




Dblhi Project i)WioN— 

^fogrea Report for iho 1915 ^nii. 


PROGS. OF THE IMPJJillAE DELHI COMMITTEE, DEC. 1915 . 

^oeeaingsofthe meetings of the Imperial Delhi Committee. 



grant of the Elec- 
trical Division. 


PROGS. OP THE IMPERIAL DELHI COMMITTEE, DEC- 19J5. [ Part A 


Proceedings of tlie meetings of tlie lmperia.1 Delhi Committee. 


‘v 

oo 

laT ; 


1 

r 

kO 


*• - 

OO a> 

CO 

lud 


CO 

1-H 


kO 
r— 1 

3,68,498 

(B.72,190) 

1 

= 

o - 

»-• 

a ' 

: 


CO 

kO 

CO 


cq 

' 

cci 

v" 

• 

1,26,118 

(E.64,012) 

■ 

a> 

oo I-H 

S 

RO 

V 

xo 

XO 

i-H 

JO 

r— • 

' 


“i S 

S oo" 

<sf 

: : 

O 


s 


400 

s f 

a 

o 

OQ 

t-H 

1 

I ' 

• . 

: 

: 

i 

1 

Q O 

s s 

CO 

26,600 


o 

to 

<3^ 

26,600 

1 

o 

s 

CO 

MS' 

GQ 

; 

t i 

Chief Engineer, 

Additional survey and malhe- 
matioal instruments. 

Repairs and carriage of Tools 

H 

Toy Chief Engineer r 

ArboricuUural Dmsion. 

Repairs and carriage of Tools* 
and Plant during 1916-16 
(April 1915) 

Total Arboricultural Bivision 

Deputy Sanitary Commis- 
sioner, 

. Repair's and carriage of Tools 
and Plant during 1916-16. 

( 

Total Deputy Sanitary Com- 
missioner. 

Total D.- VII- Tools and Plant, 
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Completed works as per last »** I itt I «•( • 7.616 ... ... 7,616 

month’s Progim Report. . - 

TotaHI.— Project Dhision ■ .V. ••• 38,4?9 17,096 ... 2,196 19,291 

> ^ Total Ist Circle ■ ... 87,D24 68,786 193 5,610 64,489 











Delhi Projedi Division— 

Progress Bepbrf/or the month ending Slit OetoierlSlB—corybi. 
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306 J Purchase and firec-fD, “IX *1 1,884 

Sou of a Ball]' ^ i ^ 

Mill (108" diu.) fori ; 

grinding ash* v^D.-YII ♦ 16,488 
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PREUBUKAE'S' EXPENSES IN CONNECTION WITH THE EIGHTING OF THE 

IB!a>ERIAIi SECRETARIATE. 


No. 58. ' No. OaS, B. D., dated Delhi, the 92nd December 1915. 

From — The Secretary to the Government of India, Public Works Department. 

To — ^The President, Imperial Delhi Committee. 

In reply to your letter * No. 1802, dated the 16th December 1916, I am 

• Fro; December 1916 , No. 47 , A, file 45 directed to say that the Government of 

India sanction the estimate submitted 
theretdth amounting to B2,924 for preliminary expenses in connection with 
the lighting of the Imperial Secretariat in new Delhi, debitable to the follow- 
ing sub-heads of alloctition : — 

. R ‘ 

1. Lighting . 3^734 

2. . Contingencies and petty supervision ..... 140 

Total . 2,924 


No. 59. 


No. 1841, dated Delhii the 22nd December 1915. 
Endorsement by the Secretary, Imperial Delhi Committee. 


Copy forwarded to the Chief Engineer, Delhi, for information, with refer- 

t Pro. December 1916 , No. 46 , A, file 46 . memorandum f No. ^28, dated 

29th November 1916.' 


2, Copy forwarded to the Audit Officer, Delhi, for information. 


Eile 
No. 45. 
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PREliIMINARY DESIGNS OF THE GREAT PLACE AND CENTRAL VISTA AND 

PROPOSALS FOR CARRYING OUT THE WORK. . > 

j , i , 

No. 811-W., dated Delhi, the a4th March 1914. ' jWo. 60. 

Prom-=s.The Chief Engineer, Delhi Province. , 

To— The Secretary, Imperial Delhi Committee, Delhi. 

A sketcii plan* of tlie Forecourt or Great Place is submitted 
• Unpiinted K.-W. berewith, together with an approximate 

estimatef based on sketchesj Nos. 60, 51 
^ + piine. and,£3, whieb were taken, away by Mr. 

Lutyens Assistant. Tbe estimate amounts to Bs. 6,28,000 and does not 
include statuary, fountains, electric lighting or arrangements for sunplving 
■water for the lountains, etc. ^ ^ 

There is no provision in the Proiect estimate § for the scheme and the cost 
§ Pro., January 1914, Nos. 29-42, A, file 5. whatever is done except the gardening, 

, „ , „ ,, , water piping, and electric lighting must 

be round from the general reserve. 

It is for the Committee to decide what sum the Architects should be limited 
to. 


Rough appeoximaxe Estimate pok Foeecouht. 

, No. 61. 

This rough estimate for the forecourt east of the Secretariat buildings has 
been prepared by working out the cost of the various items from the plans 
supplied by the Architects. '' 

The boundary wall item («i)^ is of brick with a stone slab coping only 

Items and (ia?) are all of red sandstone fine chisel dressed; where 

the thickness permits the red stone face will be hearted with brick or concrete. 

The fountain basins item (|i) will consist of red stone moulded walls and' 
the tab bottom of cement cbncfete or aspbalte covered with sawn edge slate 
slabs. No marble is allowed for. 

The estimate does not provide for the actual fountain or any statuary or 
gates. The water supply connection and electric lighting standards are also 
not included in this estimate. 


The court -will be metalled with kunkar and Spread with red bajri. 


•Quantity or No. 

Abstract of expense. ' 

Rate. 

Per 

■ 

Amount. • 

Total. 


Estimated net cost' of levelling off to R. 
L, 697. 

Rs. A. P. 

\ **' 

' 

Rs. 

27,804 

Rs. 

{it) 84j,086 s. ft. 

Fountain basins uritb red stone moulded 
walls. 

.280 

S. ft. ' 

2,10,215 


(Hi) 4,87,480 „ 

Metalled roadway and court 

la 0 0 


48,748 


(iv) 11'2 acres. 

Turfing . . . - , 

216 0. 0 

Acre 

2,408 


{«>) 8,388 r. ft. 

Road side curbs and drains 

1' 8 0 

r. ft. 

12,582 


(«*•) 710 „ 

Boundary wall ..... 

4 8 0 


3,146 


(vit) 4 No. 

Large pedestals for statuary 

Small ^ if 

4,000 0 0 

eacb 

16,000 


(vtii) 12*' Nos. 

1,500 0 0 

r.’it. 

Lump 

sum. 

Lump 

snm. 

18,000 


(tx) 1,066 r. ft. 
(a?) Item 

ixi) Item 

Circular stone railing ... 

Estimated extra cost of Secretariat walls 
owing to lowering level of Forecourt 
from 702 to 697. 

Estimated extra cost of Secretariat walls 
in tbe case of East walls of tbe 
Secretariat courts for stables, menials, 
etc. Say 

Add 0 per cent, for petty supervision 
and contingencies. , 

150 0 0 

/ 

... < 

1,68,400 

2,800 

3,000 

5,03,082 

25,164 

1 Say 

1 

/ 

5.28.236 

6,28,000 
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Preliminary desi^s of the Great Place and Central Vista and proposals for carry* 

ing out the work. * 


No. 62. 


No. S80, dated Delhi, the 27th April 1914. 
From — The Secretary, Imperial Delhi Committee. 

To — The Chief Engineer, Delhi. , 


Witli reference to your Memorandum ^ Ko. 811- W., dated the 24ith March 
* Pro. No. 60, mpm. ^ directed to say that no steps- 

can be taken towards communicating a 
' limit of cost in respect of the Porecourt or Great Place to the Architects 

^Frc, January 1914 , Noa.,29.42. A. file s. ^^til the Orders of the Secretary of State 

. have been received regarding the Proiect 

estimate,^ 


T ' I 

No. 63. Telegram No. 22^ dated Delhi, the 23rd October 1()14. 

from — The Secretary, Imperial Delhi Committee. 

JTo — E. L. LuTYENa, Esq, E.R.I.B.A., 17, Oueen Anne’s Gate, Westminster, 

, S.W., London. 

Committee consider that sketches for estimating purposes left by you of 
Great Place and Central Vista proved rather too costly. Committee desire that 
’ you should submit by 15th January 1915 preliminary designs and sketches 
of the Great Place and Central Vista to a limit of cost of Ps. S lakhs in all. 
Suggested distribution of the sum of Es. 8 lakhs is Es. 3 lakhs for Great Place 
and Es. 5 lakhs for Central Vista ; but as long as total limit of cost of Es. 8 
lakhs is not exceeded there is no objection to your proposing changes in 
distribution. The above limit covers structural work only. Inform Baker, 

■ , No. 2128, dated Delhi, the 24th October 1914. 

Copy forwarded by post. 

No. 64. Telegram dated London, the 31st October ]9l4i. 

I ' , < • 

Prom — B. L. LqTiENS, Esq., P.B.I.B.A., 17, dueeii Anne’s Gate, Westminster, 

‘ S.W., London. 

To — The Secretary, Imjwrial Delhi Committee, Delhi. 

Kindly cable amount you estimated Great Place and Central Vista. 


No. 65. Tel^ gram No. 23, dated Delhi, the 6th November 1 914. 


- from — |The Secretary, Imperial Delhi Committee, Delhi. i 

To — E. L. Lutyens, Esq., E.R.I.B.A., 17, Queen Anne’s Gate, Westminster, 
S.W., London. 

Eeference your cablet dated '31st October. Tbe figures for your sketchea 
jPro.No. 64 , ««p^«. estimating purposes worked out as 

, follows. Great Place five lakhs and 
twenty-five thousands, Central Vista eight lakhs and twenty-five thousands. 
The fate for the latter came to rupees one hundred and twenty per running 
foot of the Central Vista. ' ■ . . 

' No. 2198, dated Delhi, hh^ 6th November 1914). 

Copy forwarded by post- • • • 


No. 66. Extract from the Frooeedmgs of the 60th meeting of the' Imperial Delhi Gopi- 

mittee held on the 6th November 1914. 


2. Considered a cablegram§ 

§ FrOr No. £4, 
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dated 31st October 1914, jrom Mr. Iiutyen^- 
enquiring the estimated cost of tite 
Great Place and Central Vista acoo 3 ;ding- 
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Preliminary designs nf the Great Place and Central Vista and proposals for carry- 
ing out the work. 


to the sketches which he left behind for estimating purposes. Resolved that 
the following reply be sent : “ The figures for your sketches for estimating 
purposes Worked out as follows: — Great Place lakhs; Central Vista 8 
lakhs. The rate for the latter canae to Es. 120 per running foot of the Central 
Vista. ^ 


No. 2S06, dated Delhi, the 7tli November 1914i. 

Endorsement by the Secretary, Imperial Eelhi Committee. 

Copy forwarded to the Chief Engineer, Delhi, for information, in conti- 
„„ „ nuation of the correspondence ending 

ro. j o. , supra. with the letter* from this office No. 880, 

dated 27th April 1914. 


Ho. 67. 


No, "Nil^ dated DelM, the 27t]i Jantrary 1915. 

Prom— -E. Tj. Ltjtybhs^ Esq., E.11.I.B.A., Architect, ^Delhi. 

To— The Secretary, Imjerial Delhi Committee, Delhi. 

I have sent to-day to the Chief Engineer drawings as per separate list,i 
. „ >T ;,Q . ^ ■ being drawings and details of the Great 

+ Ko. 69, ../v., estimating purposes. 

Li^t of Drawings. 

Ctrkat Place ahp Central Vista, ^ i 

\ 

Plaa of Great Place. 


•Drawing No. 1 
„ 2 
„ 3 


j, 

» 


}y 


Detaihs of circular walls and petlestals. 
„ ,, fountains. 
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No. 69. 


Memoran.bim No. 292.2-W., dated Delhi, the y^tb 'Sjovember 1915. 
From — The Chief Engineer, Delhi. 

To — The Secretary, Imperial Delhi Committee. 


No. 70. 


I submit herevdth the preliminary designs f for the Great Place together 
tUnurinteiK-w approximate estimate! of cost 

' TiT f ' amounting in round figures to Es. 6,92.800 

§ Not pnirted exclusive of contingencies, 

2, The Committee will remember that in October* 1914 ,a limit of Es. 8 
T, „o lakhs was fixed for the Great Place and 

ro. . , supra. Central Vista and they proposed a distri- 

bution of Es. 3 la,khs for the former and Es. 5 lakhs for the latter, leaving the 
Arbhitects’ discretion to propose a redistribution. We havp received preliminary 
designs for the Gre^t Place, the cost of whic^ amounts to'Es. 6*92 lakba With 
regard to the Central Vista various sketches' have been figured to cost about 
Es, 3 to 3^ lakhs but these fire not in a form in which they can be submitted for 


administrative approval. It will be gathered from the statements above that 
the Architects’ proposed distribution is praetieaEy a reversal of that suggested 
by the Committee, and there is, in my opinion, a reasonable prospect of the 
figures for the, Central Vista working out to within 10 per cent, of Es. 3 lakhs. 

3. The preliminary designs (I submitted herewith- are figured to cost 

^ Es, 6,92,800 exclusive of statu£u*y and 

contingencies. This figure is above what, 
can he forded for the Great Place within the limif, of cost of Es. 8 
lakhs. If however -the basins be omitted and ', left to he added afterwards 
when funds permit the cost will he roughly Es. 4*75 lakhs exclusive 
• of contingencies and Es. 6 lakhs with cohtmgencies exclusive of 
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Preliminfiiry desisrits of the Great jPlaoe and Central Vista and proposals for carry- 

ins out the worh. 


statuary. TMs omission has been ' suggested verbally to the Ai’cbiteofcs and 
approved by them on the understanding that the basins be shown as part of the 
complete scheme. An approximate estimate* for the work covered by Es. 5 

.lakhs^ is enclosed for submission to the 
V *Notpriiitef Government of India for administrative 

approval. Plans* 418, 419 and 420 show the preliminary designs and plan 488 
show the general scheme of connection with the Central Buildings and the 
Central Vista. The latter item will be dealt with in conjunction with the 
Architects during the ensuing cold weathei” It is recommended that the work 
provided for in the Es. 5 lakhs estimate be carried out 

4. In connection with the Great Place the item for filling has to be carried 

out whether the masonry work is done 
t Not printed. estimatef for this is enclosed 

for favour of early sanction to facilitate operations. 

5. As soon as administrative sanction has been accorded steps should be 
takeu to get in the sub-grade work provided for under items 2, 3, 4 and 5 for 
econonoioal reasons, the superstructure being left until a later date. 

The grassing and road work shown on plan$ 488 were provided for under 
t Not printed. heads D-Ii and D-III in the project 

^ Pro., January 1914, Nos. 29-42, A, file 5. estimate§ and are not included in the esti- 
mate now submitted. The work now estimated for did not find a definite 
place in the Project estimate as there was no data on which to base a figure 
and it was contemplated that provision could he made f 6r it from the reserve. ^ 


No. 71. 


.. N'o. A859, dated Delhi, the ‘Zfth December 1U15. 

From — The Secretary, Imperial Delhi Committee, Delhi. 

To— The Secretary to the Government of India, Public Works Department, Simla. 

I am directed by the Imperial Delhi Committee to forward a copy of a 
11 Pro. No. 70 . Hipra. Memorandum H from the Chief Engineer, 

No. 2922-^., dated the 15th November 
t?iBns c. B.’s Nos. 418, 419,420 and 488. 1915 , with which uc suhmits the preli- 

minary ^esigns^- for the Great Place to the east of the Secretariat together with 
, p f j An approximate estimate TT of the cost, I 

® , ana also to forward the plans noted in 

the margin. / 

2. In the Project estimate, ff as framed by the Committee, provision was 

...... p T latA w.. 00.19 A made undcr D-III (Miscellaneous Public 

tt Pro-. January 1914. Nos. 29-42, A, file 5. _. j. \ a* xV. i x xi. j* rr i-x 

Improvements) for the layout the of Zabta- 
ganj Park including both the Great Place and the Central Vista so far as the 
superficial earthwork and turfing was concerned (Project Estimate, Volume II, 
page 226). Provision was also made for the roadways in both under D-II 
(Communioatiohs), partly under A—Avenues and partly under E. — Miscella- 
neous Eoadways and Eoadways in parks. ' But no specific provision was made 
for the structural work known to he necessary in either case, because there 
were no data then available on wMoh any definite figure could be based. It 
was intended that the necessary allocation should eventually he made from the 
provision of Es. • 32,37,000 for unforeseen expenditure and contingencies under 
D I (A) Central Buildmgs. This provision, having been absorbed in the 
general reserve of one million sterling, the cost of ^ any structural work which is 
vmdertaken in the Great Place or the Central V^ista must be met by an alloca- 
tion from that source. 

3. When the Project Eatimate$$ had been sanctioned by the Secretary of 

ti Pro., July 1914, No. 34, A, file 24.1 State it became necessary for the Commit- 
Si P-o-. January 1914, No. 49, A, file 7. accordance with their agreement§§ 

wifh the Architects to indicate the limit of cost for which the preliminaa^ 
designs should he prepared. The only materials available were some r^hgh 
sketches made by the Architects from whhjh it appeared that the work .ip the 
Great Place would cost about Es. 6*28 lakhs and that in the Central Vista 
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Preliminary designs of tbe Great Place and Central Vista and pro^sals for carry 

ing out the work. 


K.S. S' 25 lakhs *or Us. 13‘63 lakhs in all. The Oomnaittee were of opinion that 
the total expenditure proposed was larger than they could recommend to the 
Government of India, and that no useful purpose would be served by submit- 
ting sketches which they were unable to approve. After consideration therefore 
they requested the Architects to submit preliminary designs and sketches for 
„ ' the Great Placp and Central Vista to a 

ro. X o. , snp-a. limit of Rs. 8 lakhs. They suggested the 

allocation of Rs. 5 lakhs to the Central Vista and Rs. 3 lakhs to the Great 
Place but left the distribution to the Architects so long as the total was not 
exceeded. 

4. The total cost of the designs now submitted for the Great Place is 
Rs. 6'93 lakhs. The sketches hitherto received for the Central Vista have been 
priced at from Rs. 3 to Rs. 3' 5 lakhs, but cannot yet be submitted for adminis- 
trative approval. It will be seen, however, that the Chief Engineer believes, 
that designs can be worked out for the Central Vista to cost within ten per cent 
of Rs. 3 lakhs. The Committee are of opinion that the figure Rs. 6‘93 lakhs 
for the Great Place (exclusive of statuary and contingencies) is higher than in 
^ , ■ the circumstances is reasonable. If 

° ® ‘ . however the basins marked A A in plan * 

C. E No 420 be omitted the cost is reduced to Rs. 4'75 lakhs or 
Rs. 5 lakhs including contingencies The Committee agree with the Chief 
l^ngineer that these basins can without disad vantage be omitted and left to be 
added when funds permit. With this modification they think that the pro- 
posals made are suitable. l am therefore to ask that on this understanding the 
administrative approval of the Government df India may be accorded to the 
rough estimate of Rs. 6,00,000 for the structural work in the Great Place. I 
am to add that the basins and statuary shown in the drawings are diagramatic 
only and do not represent the Architect’s matured intentions, 

5. It is desirable that the filling should be commenced at once and I am 

therefore to ask that sanction may be 
accorded to the estiinatef for Rs. 30,450 

t Pro. No. 70 supra. wMch 


t Not printed. 


IS 


also attached to, the Chief Engi- 


neer’s Memorandum. J Estimates for the foundation work are in preparation and 
will be submitted at an early date. 


No. 1860, dated Delhi, the 27th December 1915. 
Endorsement by the Secretary, Imperial Delhi Committee, 


No. 72- 


Copy forw’^arded to the Chief Engineer, Delhi, for information. 
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PROPOSALS FOR THE LAYOUT OF THE [EDUCATIONAL BUILDINGS IN NEW 

DELHI, 


No- 73. 


No. 91-B. D*, dated Simla^ the lOth August 1915. 

From — P. Hawkins, Esq., Deputy Secretary to the Government of India, 
• Works Department. 

To — The President, Imperial Delhi Committee. 


Public 


I am directed to say that, in the present layout,^ plots Nos. 134i and 

* ' measuring 87'1 and 89*6 acres, respect- 

N.i,rmW. and haying a total area o£ 1V6-7, 

acrei^ have been allotted for an enclave for Educational buildings TMs area 
is Qow found to be insufidcient as it is desired to provide in the Educational 
~ enclave a compact site for two colleges and a university, and the Government 
of India propose therefore to add to it an area of 63‘3 acres by allotting 
a strip of land south of and along the 'road X H J in plots 135 and 158 
' which are at present reserved for Eajahs. 

2. I am to state that the Government of India understand that the 
Imperial Delhi Committee propose to provide a site for a school for Indian 
clerks’ children in plot No. 99 and that space will be available for a playground 
for the proposed institution in plot No. 101, 

3. In addition to these institutions the Government of India de.sire to 
locate a High School for European children and a girls’ school within 
the layout, the former in some suitable area in the block reserved for 
European clerks’ quarters and the latter either in plot No. 114 or in 
proximity to plot No. 84. 

4- Should it be decided to construct an Oriental Eesearch Institute and 
a museum these could be conveniently located on two of the blocks which 
have been, reserved for institutions . of this nature at point B, so they need 
not be provided for in the Educational enclave, 

5. I am to request that the Imperial Delhi Committee will consider these 
arrangements and submit for approval a layout plan for the Educational 
enolhve, and also report where they would .propose to locate the schools referred 
to in paragraph 3, 

No* 74. ' , No. 1150, dated Delhi, the IBtli August 1915. 

indorsement by the Secretary, Imperial Delhi Committee, 

’ C6py forwarded to the Chief Engineer, Dlelhi, for favour of early report. 


I 

®^0» 75. No. 22i25-W., dated Delhi, the 21st August 1916,' 

From — H. T. Kebung, Esq., C.S.I., Chief Engineer, Delhi, 

To — ^The Secretary, Imperial Delhi Committed. 

With reference to paragraph 6 of letter f No. 91-B. D., dated t!^e 10th 
t Pro. No. 73, «»pm. August 1915, from the Government of 

t Pro. No. 74, «««?»/•«. India, Public "Works' Department, 

^1 -r.y.L, -n -r. , , euclosed With your No. 1160,|; datdd 

the 16th idem, I have the honour to point out that the preparation of a 
^yout plan on the data given (two colleges and a university) is not possible. 
I appreciate the fact that> definite data are not available at the present time, 
but in order to arrive at the area given the Education Department must have 
some idea of the number of ^udents the two colleges are likely to have at the 
outset and to what number it is contemplated they will expand, also to what 
extent it is expected the, colleges will be residential and what subjects will 
be taught whether either or both will he purely technological or not, 
or .whether either or both will be purely Art colleges) . Similarly the Educa- 
tion Department must have ideas with regard to the university and. 

112 


Pile 
No. 48. 



•Pakt A] 


PROGS. OR Tllli IMPERIAL DELHI COMMITTEE, DEC. D.)]5. 


Proposals for the layout of the Educational buildings in E'ew Delhi. 


whether it is contemplated that the colleges will nse any of the university 
class rooms. 

It is impossible to make a layout plan on the data given, but it is 
possible to make one on broad lines if we are supplied with the following 
information : — ‘ 

(а) Number ot students contemplated in each college and the 

university to start with. 

(б) Expansion of numbers contemidated 

(c) Whether females are expected and if so in what numbers and what 

expansion of numbers is contemplated . 

(d) To what extent is it expected that the colleges and university will 

be residential. 

(e) General character of the colleges and university, i.e., what subjects 

will be taught. 

(/^) Whether any of the university lecture rooms will be available for use 

by either or^ both of the colleges and if so which 
Eor the reasons given above I suggest that the Education Eex)artment be - 
asked to furnish answers on broad lines to the above. 


Notts dated "21st December 19].') by .Mr. W. H. N(CHoi.r.s, Architect Member, Imperial Delhi lifo. 76. 
' Committee., 

The layout A 906 for Educational institutions was discussed at a recent 
. Committee meeting.* I now send a blue 

* Pro., September 1915, Ko. :57, A, ble 1, 4- 

f Not printed* pilXlIi.T 

In their letter! No. 91-B. JD., dated 10th August 1915, forwarded to the 

Chief Engineer with No. 1150, § dated 
J Pro, No. 73 , supra. 16th August 1915, from the Secretary, 

g Pro. No. 74. stipra. Imperial Delhi Committee, the Governi- - 

ment of India considered inadequate the 
acreage provided for Educational institutions in the general layout of the New 
City ' (Refer to C. E. 224). The layout A 906 has been drawn in 
order to show what acreage is required to accommodate the various buildings 
comprising the University, Government lor Hindu College, and St. Stephen’s 
College. The requirements of these various institutions are vague. Such cal- 
culations regarding floor spape in rooms as have been made have been based 
' ; „ principally upon Mr. Anderson’s figures; II 

p Unpnnted K.- . importance has been attached to 

his speculations regarding proportionate verandah, space, which must of course 
depend upon the design of the building. It will be seen that a strip of land 

along the road X-J, shown as sites 
liNotpxintea. forRajahs on 0. E. 224, IT h§,s now 

been included in the space available for Educational Institutibns, while a 
strip is cut out of plot 134 along the road D-X for hotels and flats with a 
view to getting the buildings to balance across the road in deference to the 
views expressed by Messrs. Lutyens and Baker. 

The main features of the layout A 906 a^e the location of the university 
building in the centre of a square at H, and the balancing of the college build- 
ings opposite each other on the road D-H, while the hostels are kept away 
from any of the main roads. 

University building . — The requirements are not known. Eor the purposes 
of the layout it has been assumed that a single-storeyed building 145 feet 
.square will be sufficient. It would contain a large ball with approx^ately 
4,600 square feet of floor space, ten ifeoms about 20 feet square, lavatories^ and 
an entrance hall. It is thought that a building of this kind wo'uld lend jtself 
to sy 3 ciamet 3 dcal treatment and that it would show to ad't^aritage in the middle 
of a square where roads intersect. This would be a most economical g^ange- 
ment, because iu any case the circus at H must, be of considerable ^ae for 
“Convenience of traffic, and if no building is placed in the middle, a' Pertain 
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ProposELls for tlie layout of the Educational touildings in New Delhi. 


amoTint of space’ is bound to be wasted. It will be seen that A 
road between plots 135-143 diverted so as not to enter the 

This road as shown 

printed. would interfere witi^ a 


90G shows the 
circus at H. 
O. E. 

sy m’metrica I 


treatment of the building with relation to the roads leading up to it, and it 
would also give a very inconvenient sharp angle at the northerji point of plot 
143 which would involve some waste of ground. 

Tfie Government College huildi'Hg — ^The block plant .shown on the layout 

V 906 would suffice for a single-stoi’eyed 
t Not printed briOdiug Containing a floor sx)ace.in rooms 

of about 19,200 square feet, and comprising a hall about 70 x 40 feet : library 
about 70 X 20 : 6 class rooms about 30 X 20 : 9 class i*ooms about 20 x 20 : 9 
professors’ rooms : 5 study rooms: a senior' and junior common room and suit- 
able lavatory accommodation. 

Scienpe- blocks.— Eour science blocks are showm on the layout? A 900, 

* # . each of which ivould contain a floor space 

i.otprmtec. iu i*ooms of ax)])roximately 9,700 square 

feet. The plan must however be taken merely as indicating the possibility of 
fitting in four such blocks whether for science or other xourposos within the 
space provided : not that the Imperial Delhi Committee anticix)aio that four 
such blocks will necessarily be required. 

Mr. Anderson hazarded the suggestion that 10,000 sqH.iare feet of floor 
space for science purposes common . to both the Government College and 
St. Stephen’s College w'ould suffice. This accommodation would approximately 
be pi'ovided by one of the four, blocks shown on the layout. 

St.^Stephen's College huildhig . — ATe have an original ax)proximate esti- 
M c-D ..1 mate§ Rs. 2,75,000 and a revised ap- 

& ages - o ., o o . proxiiu^tc estimate Rs 2,00,000 but no 

schedule of the required accommodation which these figures are supposed to 
. represent. 

' Mr. Anderson anticipates that the cla^ rooms might, be ratbei* smaller 
than those in- the Government College but that the same number of subjecls 
will be taught in both colleges. For the purpose of thB layout, which is mere- 
ly to determine the acreage required, I have assumed that St. Stephen’s College 
main building will be of approximately the same size as the Government 
College main building, vis.y 19,200 square feet of floor space. 

’ Government College hostel. — Mr. Auderson’s note H regarding the number 

of students is somen’-hat A-ague. The block 
11 unprinted K.-w. plan shown on the layout H A 906 pro- 

Not printed. vidcs for a two-storeyed building contain- 

ing 80 rooms each 20 X 15 on each floor, 
based on the Dacca model -with quarters for Superintendents over two gateways 
(page 64 of the printed report No. 6, Education Department). Allowing four 
students in a room^ this, building vi-^ould contain 320 students on each floor 
or 640 altogether. 

The annexes outside the main quadrangles of the hostel jepresent on the 
one side dining rooms and kitchens (4 dining rooms .each 60 x 40) and on the other 
side a yard containing latrines and bathing places. There w ould he access 
to both these annexes by means of enclosed and covered passages from the 
Hostel quandrangle . , 

St. Stephen* 8 College hostel.— It is hssumed that a building containing 
approximately half the -accommodation ■ provided for the Govomment College 

1 aII /I ^’ 4 ’ fill + irkT-\ ^ -w-k ^ x-v 1 1 ^ rv "TV/r.»v J - J 


would house all the students at St. Stephen’s College. Mr. Anderson puts 
nber of students at St. Stephen’s College at 200 It appears frona^the 
Pages 8-4 o£ B., file 173 of 1915. approximate estimate ** that the St: 

Stephen’s College authorities contem- 
plate the efeotion of three hostels but the number of students to be provided 
for in each is not known . The layout A 906 would not be materially aJflected 
by splitting the hostel into three smaller blocks, 

il4 
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T?rofe»§or8' residences. — Sites wHch would be suitable for 30 sman 
residences with compounds about 300 feet x 200 feet are shown along the 
road X- J. Of these it appears that St. Stephen’s College will require si:^. 
The remainder may I sugg^t be regarded for the present as spare sites upon 
which persons connected with the Educational institutions would have the 
first claim. 

Miscellcmeous . — ^The two plots containing 15-9 and 19*9 acres, respectively, 
in the North comer of the site (A 906) are left blank for playing fields. Sites 
for two sanatoriums are shown near them. 

The “ Mess Chapel and Guest Eoom ” mentioned in the St. Stephen’s 

* Pages 3-4 of B., file 173 of 1916. CoHege approximate estimate * is not 

shown on the layout as no particulars 
are given regarding the building but it is clear from the approximate estimate 
of its cost that it would not be a large building. 


No. 1847, dated Delhi, the 2Srd December 1915. 

From — The Secretary, Imperial Ddhi Committee. 

To— The Secretary to the Government o£ India, Public Works Department. 

I am directed to refer to Mr. Hawkini^ letter f No. 91-B. E., dated 10th 
t Pm. No. 73. supra. August 1916, and to submit design t 

X Not printed. which shows the proposals for the 

* layout of the Educational buildings refer- 

red to in paragraph 1 of that letter. 

2. It was the desire of the Government of India that plots 134 and 148 
with an area totalling 176*7 acres and an area of 63*3 acres taken from plots 
136 and 168 should be used for the purposes of the Educational enclave. 
The proposals now submitted do not include the whole of plot 134. A strip 
has been cut out of this plot along the road EX for hotels and flats with a 
view to balance the buildings on each side of the road EX. This has been 
done in deference to the views of the Architects of the Central buildings, who 
attach great importance to the architectural features of the road E X B E. 
A strip of land has been included in the layout scheme for these Educational 
institutions south of the road XHJ. Opportunity has been taken at the same 
time to rearrange the road scheme between plots 135 and 143 because this road 
made an akward angle with the road O H at point BE. 

8. The main features of the layout are the location of the university 
building in the centre of a square at BE and the balancing of the College 
buildings along the road EEC. The hostels are kept -away from the main 
roads. 30 sites are located along the road XBEJ which are suitable for pro- 
fessorial residences. Those immediately around the university building 
are available fort extensions of thq university building or subsidiary buildings 
connected wijth that institution. 

4, The actual requirements of- the university are not known. It has been 
assumed that a single-storeyed building 145 feet square will suffice. Such a 
-building could contain . a largo hall with approximately 4,500 square feet of 
flow space, 10 rooms each approximately 20 feet square, an entrance hall- and 
offices. The circus at BE is suitable for a building of this hature as the interests 
of traffic demand that the space left at the intersection of roads at this point 
should be considerable. This space can be filled to advantage with a building 

( of this nature which allows of a symmetrical treatment. 

5. Provision has been made :^or St. Stephen’s College and one other 
college. In regard to the latter there is no actual schedule of rejjuirements to 
follow. The blocki plan shows sufficient accommodation for a single-storey^ 
building containing a floor space in rooms of about 19,200 square feet. This 
would comprise a hall about 70 x 40 feet, a library about 7 0 x 20 feet, 6 class 
rooms each about, 30x20 feet, 9 class rooms each about 20x20 feet, 9 

-Ms , ^ 
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PROGS. OP THE IMPERIAli DEEHI COMMITTEE, DEC. 1916. [ Pabt A 


X*roposals for tbe layout of tbe Kducaldonal buildingrs in Kew Dellii. 


professors’ rooms, 5 study rooms, a senior and junior common room and suitable 
lavatory accommodation. The authorities of St. Stephen’s College have at 

*Pages 3-4 of B., file 173 of 1916. ditPerent times drawn out two estimates * 

of the college buildings which they are 
likely to require. As it is probable that both colleges will teach the samA 
number of subjects, the college main building has in this case also been 
assumed to require 19,200 square feet of floor space. 

6. Two science blocks have been provided for each college, each of which 
would contain a floor space in rooms of approximately 9,700 square feet. If, 
however, there are joint arrangements for the teaching of science the space 
required will be considerably less than this. 

7. As regards hostels in the case of the second college it has been assumed 
that a two-storeyed building containing 80 rooms each 20 x 15 feet on each floor 
with quarters for Superintendents over the gateways based on the Dacca model 
(page 64 of Occasional Report No. 6 of the Government of India, Department 
of Education) would be suitable. This would accommodate up to 640 students. 
The annexes provide 4 dining rooms 60x40 feet each and kitchens on one side 
and a yard on the other with latrines and bathing places, both annexes would 
be connected with the main building by a covered way. Accommodation on 
a more restricted schle is allowed for in the case of St. Stephen’s College. It is 
considered that the space reseived will be sufficient even if more than one 
hostel is required. 

8. 'The 30 sites along the road XHJ would be suitable for professorial 
residences. Each site has a compound approximately 300 x 200 feet. St. 
Stephen’s College according to the schedule of requirements would need 6 sites*. 
The .other sites could be allotted according to requirements for residences of 
professors of the other college and for persons or institutions connected with 
the university. When educational requirements had been fulfilled, any spare 
sites could be used for official or private residences. 

9. In the North-W estern corner of the layout two plots containing IS'O' 

acres and 19 9 ^rBs, respectively, are left vacant for playing fields. TMs area 
should suffice for ordinary purposes.. TOie Parks can be used on Special 
occasions^. ' , 

10'. The actual area proposed is as follows — 


!For college and tmiversity 
For residences ^ ' 

For playing fields • • ^ 


Tot^l 


92*039 

42*207 

85*819 

170*065 acres. 


11. With reference to paragraph 3 of Mr. Hawkins’ letterf the Oom- 

t Px6. No. 73, supra. '' ^re sat^fied that a high school for 

, . , , E^op®an children and a girls’ school can 

be provided for suitably m the clerks’ residential area. A separate report 
accompanied by a site plan wfll, if the Government of India so desire, be sub- 
mitted dealmg with these two questions. 
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Index No* of 
Proceedings. 

Subject and order. 

No. a^d date 
of order. 

Date of previouB 
Proceedings. 

FOb 

:^o. 

1 

Schedule of expenditure under “51 — ^Initial expenditure 
on the new Capital at Delhi” for October 1916. 

• • • 

Novemhetf 1918, 
No. 7, 

B, File 45. 

45 


Chief Engineer, Delhi, forwards S copies of indent for 
stores No. 45 of November 1915, preferred by him 
on the Director General of Stores, India Office, 
London. (No. 2999-W., dated 26th November 
1916.) 

To the Government of India, Public Works Depart- 
ment ; — ^Forwards for disposal two copies of the, above 
indent. 

IstDeoemher 

1915, 

1732. 

October 1915, . 
Nos. 75-6, 

B, Filfe 61, 

51 

4—5 

Chief Bngineerj, ' Delhi, proposes the grant to Mr. 
AjDuar Nath, B. Bhaskar for a Pottery and Tile 
Factoiy, of a temporary lease of 8 acres of land on 
the east side of the Qutb Road near Bibipur village, 
for a period of five years, in the first instance, on the 
terms proposed in the lease form, {No. 2849-W., 
dated 4th November 1915.) 

Reply : — Sanctions the lease for years in the first 

instance on ihe terms proposed by the Chief Engineer 
and subject to certain additional conditions. 

2nd December 
1916, 

1736.. 

p 

\ 

% 

« « • 

29L 

6 

Chief Engineer, Delhi, forwards for record a revised re- 
port of completion of providing sheds and tranship- 
ment platform in connectioii with the construction 
Railway. (No. 3048-W., dated 1st December 1915.) 

N. 0. 

July 1915, 
No. 1, 

B,. File 182. 

182'. 

7 

Chief Engineer, Delhi, forwards for record a revised 
report of completion of the purchase of wheels an<1. 
rtxles for renewals to the Broad G-auge wagons. 
(No. 3047-W,, dated 1st December 1915.) 

N. 0. 

1 

\ ' 

September 1915, 
No. 57, 

B, File 240., j 

240‘ 

8—9 

1 

Transfer to the Chief Commissioner*’ s oj05ce of the 
Service Book, Character' Roll and the last pay 
certificate of Mr. M. J. Macdonald, late Superin- 
tendent of the Imperial Ddhi bommittee Office.^ 

^5th November 
1918, 
1695. 

November 1915, 
No. 2, 

B, Fae-164. 

^ 1- ' * ' 

164- 
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IndeE: No. of 
Proceedings. 


Subject and order* 


No. sud date Date of preriomi FUe 
of order. f'roeeedisga. Jfo. 


dated 30th November 1916.) ^ 

Reply tte ^ plans and estimate with . the 

remark th^ the estamate is In aiccordanee with the 
orders _ already issued which may be treated 
as having given administrative approval to the 

buildings at Bansi Pahar- 
separate from those at BaranH, it is 
^tbm the powers of the Superintending ISnw? 

separate estimate for 5ch of 
the Committee's sanction is not required. 

li!-» 2 .a D^bor N„^k„ 1914 , 

Acknowledged. ^ 


14 , 15 Grant of ^veiling allowance to Mr. J. M. Wilson 
• Architects’ representative, for the ioumevs mu^^eW 
him during Oetober.l9lltoJ^il«fe^^ 

cl®^7 Gov^me^ of India, Public ' Works Department^ 

irformation and guidance, a copy 'of a 

ment India Ibiblie Works Depart- 

ment, India Office, London, regarding the provision 

V . . Messrs! Lutyens S 

' ' > Baker Architects, and their permanent rISeS 

Ddhf£»‘:SSS&^'™^ 

I ^^?f forwards for information, a copy 

vised abstract of cost fo? Rs 3 sSo’”!; ^ 

»L.|:»K 5 ^SAS 

SS»®L¥=r?-“ 

Bari-Barauli R^y °®on which’®?'^'*^" • 

i N^v^Siw iSitf "aSf 

, , tee of Rs. 1,600 meurred on the purchase of 

Sah t^*"' Znh NwembOT 1^L5 ) 

Sanctioned and the Audit Officer, Delhi, inte!mdA. 

,21.- ,Chief EngW Delhi, Wacds te information, a cdpy 
R N ■Rail ^ regarding the appointment of Mr 
idkJd ^Wy subord^ate on a conS 

O^^OTS, Ddbi, itl !sM^a fh?S 


6th December October 3915, 256 

1915, Nos. 86-7, 

■1757. . B, Pile 256. 

7th December . March 1915, 268 

1915, Nos. 96-6, 

1786. B, Pile 22. 


February 1915, 
Nos. 37-43, 
B, Pile 63. 


8th December 
1915, 

1771-2. ' 


July 1915, 
Nos. 64-8, 
B, Pile 104. 


October 1916, 
No. IS, j 
B, Pile 66.’*^ 
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Index No. of 
Proceedings*' 

Subject and order. 

No. and date 
of order. 

Date of previfus 
Frocee^ngs! 

File 

No. 

aa— 3 

Chief Engineer, Delhi, submits a proposal to divide the 
charge of the 1 8 brick-fields into two Sub-divisional 
charges, and requests sanction under paragraph 296 
of the Public Works Department Code, Volume I, to 
the constitution of a new (4th) Sub-Division in the 
VI Project Division, 2nd Circle, with effect from 
the 11th October 1916, when the brick-fifelds were 
transferred from the III to the VI Project Division. 
(No. 2660-W., dated 29th November 1915.) 

Sanctioned and the Audit OflGLcer, Delhi, informed. 

9th Decem'ber 
1915, 
1776-7. 

November 1915, 
Nos. 86-8, 

B, File 289. 

289 

1 

24—5 

Personal Assistant to Chief Commissioner, Delhi, forwards 
for information and necess iry action, a copy of a 
letter (with enclosures), from the Government of 
India, Home Department, to all Loca.1 Governments 
and Administrations, containing instructions regard- 
ing the construction of, and the storing of ammuni- 
tions and explosives in, magazines. (No. 7876- 
Home, dated 4th December 1916^) 

Copy, together with a copy of its enclosures, forwarded 
to the Chief Engineer, Delhi, for information • and 
guidance, with reference to the Magazine at Malcha, 
with the remark that he would arrange to have the 
magazine formally inspected at regular periods by a 
competent officer in accordance with the wishes of 
the Government of India. 

9th December 
1915, . 

1778. 


293 

% 

86—9 

Grant of sanction to the estimates for providing a 
water-supply to (1) 15 European Clerks^ quarters in 
Block No, ill and six Officers^ bungalows in Block 
No. 20 and (2) Indian Clerks' quarters in Block 
Nos. 94 to 99, amounting to Ks. 5,429 and 
Rs. 14,526 respectively,, chargeable to ^^-IX — 
Miscellaneous," with the remark that the share of 
i cost (Rs. 4,841 and Rs 11,042 respectively) debit- 

q.ble to ^^D-VI — Sanitation" should be written back 
wben the permanmit scheme for water-supply has 
been sanctioned. . - i 

6th December 
1915, 
1748-7. 

November 1915, 
Nos. 40-2, 

B, File 208. i 

208 

SO 

Superintendent of Works, I Circle, DeJhv forwards for 
informiiition, a Est of minor works sanctioned by him 
during the month of November 1916, together with 
copies of sanctioned estimates (No. 2182-C., dated 
8rd Djecember 19X5.) 

^ 

N, O, 

i 

294 

81 

Superintending Engineer, II Circle, Delhi, forwards for 
information, a list of minor works sanctioned by 
him during the month of November 1916, together 
with Copies of sanctioned estimates. (No. 4407, 
^ted 4th December 1915.) 

N. O. 


295 

89 

Electrical Engineer, Delhi, forwards, for information, 
a ^^Nil" return of minor , works for the month of 
November 1916. (No. 6694,, dated 6th December 
1915.) 

1 N. O. 

• e e 

t 

296 

83—5 

Grant of administrative approval, to the following^ esti- ’ 
mates submitted by tl^e Superintending Engineer, 
ll Circle, Delhi : — 

29th November 
, 1915, . 

1713-14. 

• ♦ e 

297 



6th Dec^ber 




(i) Amounting to Rs. 4659 for constructing back 
serjnce roads in plot 112. ' 

1915, .. 

, 1255-5, . , 


i . 


(2) Amounting to Rs. 1,781 for consfeucting 
a siding at Nizamuddin staiaon. 


it' '' * 

* i' 



(8) ^Amounting .tp Ra. .3,^76: for constructing 
North and South roads in block 111 to thp 
, , west of European Clerks' quarters. 

> 

v , 

j 

r , 

4 
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Prooeeding»>. 
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and date 
of order. 

Bate of previous 
Proceedings. 

File 

No. 

36—7 

Peputy Commissioner, Delhi, forwards statements in 
Form A and B showing the rent demand and realiza- i 
tions for hharif 1915, from cultivation leases of 
acquired lands in the Delhi Province. (No. 3036 
dated 15th November 1915.) 

Reply : — ^Approves the demand statement and states 
that a similar demand statement in Form A for Rahi 
1915-16 may be furnished. 

15th December 
1915, 

1803. 

September 191 5, 
No. 64, 

B, Pae 38. 

38 

38 

Chief Engineer, Delhi forwards for record a report of 
completion of lighting the Raisina camp for the 
winter of 1913-14. (No. S102-W., dated 8th 
December 1915.) 

: N. o. 

November 1914, 
No. 54, 

B, pae 82. 

298 

39 

Chief Engineer, Delhi, forwards for record, a report of 
completion of lighting the Camps for occupation by i 
the Engineering sta:ffi during the cold weather of 
1914-15. (No. 8108-W,, dated 8th December 
1915.) 

N. O. 

January 1915, 
Nos. 35-6, 

B, File 17. 

17 

40—1 

Secretary^ Municipal Committee, Delhi, enquires if 
copies of the map containing the local area to be 
made a Municipality, as notified in the Delhi 
Province Gazette Notification No, 7494-Education, 
dated 16th November 1915, have been published 
and if so, where they can be obtained, (No. 1937- 
T., dated i3th December 1915.) 

Reply ; — States that the map has not been published 
and there is no spare copy immediately available. 
Adds that the map can be inspected at the Im- 
perial Delhi Committee office. 

17th December 
1915, 

' 1809. 

November 1915, 
No. 53, 

B, pae 285. 

\ 

285 

1 

1 

42—3 

f 

Chief Commissioner, ^ Delhi, forwards for information 
a copy of a letter to the Audit Officer, Delhi, sanc- 
tioning the payment of compensation for dearness 
of provisions for the month of Novemb^ 1915. 
(No. 8047-Finl., dated 13th December 1915). 

To the Audit Officer, Delhi : — Sanctions the payment 
of compensation for dearness of previsions for the 
month of November 1915, to all whole-time servants 
of Government employed under the Imperial Delhi 
Committee who are entitled to the allowance under 
the rules. 

Copy forwarded to tie „ - , Engineer 

. , ‘ bpecial Xiand Acquisition Officer > 

Delhi, for information. 

18th December 
1915, 
1815-16. 

November 1915, 

: Nos. 54-55, 

B, Ffle 44. 

44 

44i— ‘5 

i 

Government of India, Public Works Department, for- 
ward for information a popy of a letter tolall Local 
Governments and Administrations stating that the 
Proprietor of the "^Sparling’" Patent Lock Works, 
Aligarh, has represented that he has been obliged 
to alter the prices of the locks manufactured by the 
firm and that the rates previously quoted no longer 

1 , hold good. (No. l22^-43-M., dated 6th December 
1915.) 

Copy forwarded to the Chief Engineer, Delhi, for in- 
formation. 

18th December 
1915, 

1819. 

May 1915, 
Nos. 44-5, 

B, File 172^. 

172 

46—7 . 

*ir , J 

1 

jpeputy Commissioner^ Delhi, returns the plan showing 
f the’ area to be leased during the RaH harvest 

. 1915-16 and requests an acknowledgment. (No, 
3249, dated 11th December 1915.) 

Acknowledged . 

18th December 
1915, 

1814. 

October 1915, 
Nos. ^6-9, 

B, File 255. 

2b5 

48 — 9 

Sup^y to the Government of India, Public Works 
Department, of plans of the menials' quarters con- 
structed in new Delhi. 

20tb December 
1915, 

1826. 

[ 

[November 1916, 
Nos. 49-50, 
File 78. 

73 
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Index ifo. o£ 
Proceedings. 

Subject and order- 

Ko. and date 
of order. 

Bate of piovious 
Proceedings. 

PUe 

2^0. 

-50—1 

Messrs. Baker and Lutyens, Architects, request sanction 
for halting allowance for the period 11th to 20th 
November 1915 spent by them in Egypt on their 
way to India in the cold weather of 1915, for the 
purposes of examining some of the architecture there, 
and state that lack of time prevented them from 
notifying their intentions prior to their visit. (iTo. 
nil, dated 7th December 19X5.) 

Beply : — Invites attention to clause 29 of their agree- 
ment with the Secretary of State which provides 
that the Architects shall travel by such routes and 
with such halts as the Committee may previously 
agree on and states that the condition has not been 
complied with. Adds that the Committee are not 
clear as regards the object which was to be achieved 
by the visit and halt in Egypt and in the absence of 
any further representation the Committee are unable 
to give the sanction applied for. 

14tli December 
1915, 

1799. 

December 1915, 
Nos. 16-7, 

B, File 22, 

22 

t 

52—53 

Applications for the grant of sites in new Delhi. 

IStb May 
1915, 

734. 

26th November 
1915, 
1697. 

March 1915, 
Nos. 112-113, 
B, File 118. 

118 

54 

Statement showing fche rents realized from Paharganj 
Abadi, during October and November 1915. 

* • • 

November 1915, 
No, 10, 

B, Pile 90, 

90 

55 

Statement showing the rents realized from Arab Sarai 
and other acquired Abadis, during October and 
November 1915. 


September 1916, 
No. 73, 

B, File 25. 

25 

56—57 

Statement of grazing rents recovered from the acquired 
lands across the J umna River, during October and 
November 1915. 

• • « 

i 

November 1915, 
No. 66, 

B, File 264. 

264 

58—59 

Political Agent, Bhopal, refers to correspondence regard- 
ing the grant of a site to Her Highness the Begum 
of Bhopal for the erection of a Girls College and 
High School, which Her Highness proposes to 
establish in New Delhi in commemoration of Her 
Majesty the Queen-Empress^ visit, and enquires the 
terms on which the grant has been made. 
(No. 4723, dated the 14th December 1915 ) 

Reply : — States that the terms have not as yet been 
communicated by the Government of India. 

22nd December 
1915, 

1886. 

1 

August 1916, 
Nos. 11-12, 

B, File 80. 

80 

60—68 

Grant of sanction to Messrs. Walgate and Greaves, 
Assistants to the Delhi Architects, visiting Muttra, 
Agra,' aud Fatehpur-Sikri during the Christmas 
holidays for the purpose of studying architecture. 

22nd December 
1915, 
1830-38. 

February 1916, 
Nos. 80-81, ’ 
B, File> 72, 

72 

64.-65 

Governmeut of India, Legislative Department, state 
that they will require 6 additional permanent resi- 
dences of class of 9 fficers^ quarters for^ the 6 

Council Report rs whom it has been decided to 
classify with Secretariat Superintendents for the 
purpose of house accommodation, and request that 
provision may be made for the construction of these 
additional residences, and also that the number of 
quarters .to be provided for 1st class European Clerks 

22nd December, 
3915, 

1840. . 

November 1916, 
Nos. 80-81, 
B, File 200. 

1 

200, 
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64—65 — of the Legislative Department may be reduced by 

contd. one. Add that the pay of these Council Reporters 

is Rs. 400 — W — 600 each per mensem. (No. 4398, 
dated the 14th December 1915.) 

Copy forwarded to the Chief Engineer, Delhi, for 
information, with the remark that the additional 
demand for accommodation should be noted as a 
probable liability, and the question will be considered 
when next the housing scheme is revised. 

66, — 67 Question of payment for Punjab Standard Forms 24th December December 1915, 

supplied by the Civil and Military Gazette • 1915, Nos. 19-20, 

Press^^ to the Public Works Department, Delhi, on 1854. B, Pile 104. 

supplementary indents, during 1914-15. 


68—69 Report on the actual cost of acquiring the area included 
in the layout of the new Karaul Bagh settlement. 

Statement showing the rents recovered from the tenants 
of the new Karaul Bagh Ahadi, during October and 
November 1915. 


November 1915, 
Nos. 20-21, 

B, Pile 279. 


70—73 Supply to the Government of India, Public Works aist December September 1915, 
Department, of abstracts of estimates and specifiea- 1915, Nos. 43-44 

tions of Europeau Clerks^ Quarters, class I, of type 1829* B Pile 199 

designs A-4.80, A-246.2, A-497, and A-745r (Out- 
bouses.) 


76—78 


Government of India, Public Works Department, 27tb December Noyember 1915, 
request that they may be furnished with a fuller 1915 Nos. 26-27 

report as to the circumstances under which IP 58.^ B, Pile 280. 

Mr. E. C. B. Walton on being appointed, vic€ 

Mr. E. F. Sykes,, has been allowed an initial pay of 
Rs. 750 a month in the graddd appointment of 
Rs. 650 — 50 — 800 a month sanctioned by the Sec- 
retary of State. (No. 1443-E. B., dated the 16th 
November 1915.) 

Reply : States tbat on the departure of ]Mr, Sykes, 
it became necessary to make a redistribution of 
work and the greater part of Mr. Sykes^ duties were 
assigned to Mr. Walton, who also remained in 
charge of some of the work he was already per- 
forming and the natural arrangement, therefore, was 
that he should hold the appointment formerly 
held by Mr. Sykes on Rs. 650 — 50 — 800. Adds that 
the duties ^ he undertook when he I'elieved 
Mr. Sykes involved a substantial increase of work 
and responsibility, being fully equivalent to a divi- 
^onal charge, and it seemed reasonable to the 
Committee that his remuneration should be enhanced 
to correspond with the increase of work and respon- 
sibility and the initial pay he was to draw in his 
new post was fixed at Rs. 750 a month, the rate 
^tually drawn by Mr. Sykes at the time of his 
departure. 

Adjustment of expenditure incuned in England on 2Srd December November 1915 
fnmisbing and decoration of Government House. 1915, Nos. 63-66 ’ 

1848’. B, Pile 26?! 


Government of India, Department of Education, state 
tbat they will not be in a position to reply to tbe 
qnestaon regarding the grant of a site for St. 
Stepb^s^ College until they receive the information 
asked for in connection with tbe enclave for educa- 
faonal buildings. (No, 14’3, dated tbe 19tb 
August 1915.) 


Jnne 1915, 
Nos. 3-4, 

B, Pile 173. 
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